PLEASE  RETURN 

MONTANA 

DEPARTMENT  OF  HIGHWAYS 


Montana  State  Library 


3  0864  1006  6603  4 

OCT -91984 

MONTANA'  STATE  LIBRARY 

1515  E.  6th  AVE. 
HEIENA,  MONTANA  59620 


CONSTRUCTION  ,  DISTRICT  DESIGN  and  PRELIMINARY 
SURVEY  PROGRESS  REPORT 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTH 
OCTOBER  1,  1984 


T 


DOMINION 

A    L    B   E  R  T  A 


LEGEND 


STATE  MAINTAINED 
FEDERAL-AID  ROUTES 

—  Interstate 

—  Primary 

=  Secondary 

INCORPORATED  CITIES 
®  Capital 
®    County  Seat 
©  Other 


Butte  Over  5000 
Cascade     Under  5000 


FINANCIAL 

a 

COMMISSIONER  DISTRICTS 

District  Boundary 
District  Number 

Effective  Date-.  7-  I  -83 


MONTANA 

PREPARED    BY  THE 

STATE  OF  MONTANA 
DEPARTMENT  OF  HIGHWAYS 
PLANNING  AND  STATISTICS  BUREAU 

IN   COOPERATION   WITH  THE 
U.S.    DEPARTMENT    OF  TRANSPORTATION 
FEDERAL    HIGHWAY  ADMINISTRATION 


SCALE 
20        40         60  Miles 


zA^J-  /of  z. 


DISTRICT:      __L*&  A 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     S^^L.^  7.L  /4&<C 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 

MILE- 
STONE1 

M-HRS 

USED 

THIS 

PERIOD 

% 

pomp 

EST 
COMP 

UnlCi 

4-37 

zjH./cl  4_^s/  ZuJb*  -_^/" 

9o-  lOoo\c.4- 

F/fS 
2-4.0  t*t:/*s 

O 

89 

A  1  1 

tdu/ULr  _i  _____ 

27 

/fat  lL  ^LTf—       

r/'^si)/2-'  ...  _, 

_  _  

& 

_  _^«_3  JLAtfs  _ 

Zo 

/?ss 

-</»_  7^u/_A 

ChsJLsL 

O 

fo 

Syr. 1-1 

_:,_/_#«/  ~tir« 

Pft>S 

f/*~s 

O 

tJtiJtyL-  

 £.<£X*&S-  - 

Z3S 

4? 

tfg* 

If} 

O 

Z 

Sir.  7 

mK 

£M  J/// -/_.  C,^/_  _ 

_      _^ _/_r  

S6 

ft 

/fr.  8 

^ 

/_?«_-/  _-<-<-_         _s    _ 

fM 

0 

s 

f9Sl 

/_-"'*\__,  ^»-y"f   _    _    _  _ 

3^2.  -  yv75  / 

*«; 

_s/_r«r_£  __     

t 

/9t6> 

fry  /_^/_  Sp/Z-  U^^t 

0 

/n.j  7 

& 

^  i-tO&f?  L 

Sat^c  t~.               1  '  —  — 

1 

/A*-  ^/OS- 

/fas 
6.3 

7 

90 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


Montana  State  Library 

3  0864  1006  5937  7 


DISTRICT: 

//Jo 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S~/>~l*s-  7J.  J4lr<t 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 

MILE- 

STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

2^ 

7 

jJk/.  jo 

/?  £  ,  rf,'/rr 

PX/7 

O 

5* 

liM 

f*fr-/rii'fr  —  

O 

o 

z? 

 ^  

0 

o 

m? 

fit 

Jtanu/TLjr-  jCet&f&S   _ 

o 

o 

m* 

V* 

^cA_  LSZJL 

Prc4 *>•* 

o 

o 

/??/ 

■71* 

o 

o 

Ay  3o 
iff* 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


CMS-14 


DISTRICT 


■Ms 


0U.  (A 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


si  & 
 ■f-i- 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


i.  — 


CONTRACT  AMOUNT:     $4*  0  ' £ 

CONTRACTOR:    ^^feZ^SSS^  ^ . 
FROM  (town) :      /'/' V//  ^  J  ///Jj 
AWARD  DATE:             ^2     y  g'&3 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  4~//'%3 

%  COMPLETE:   4  

%  TIME  USED: 


'  r> 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^Xggt&S  /.   fltf  ^  TELEPHONE: 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:  fs?f//?6tKS    £  r-  g.  Z/s&fM?/}* 

_z  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^ssou^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-  2  6  -<g  ^ 


PROJECT  NO.:  J-Td  ?o-t{&f)t.  7,  u-8  <£g 
PRO  J.  NAME:     ST. ;F*sr  *  Uj££± 

LENGTH:  &.g  /H;/rs  

COUNTY:  MLa^csl  

CONTRACT  TIME:     ^  -Lo  Wa^,^  Dg&s 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


6<S 


NO.  MEN  EMPLOYED: 


3  Z_ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7.  */ef&  S&&  .  04- 
CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


Miss-ao  i.  * 

C-OAJST      Co  . 

mr 

/iff* 

DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE:    j^L  /  5 
NO.  DAYS  WORKED  PER  WEEK:  C 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   '  . 

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:    Tfi/nes   C  Cy^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /£, 


ST/ia    Pours  V7?  

.ST,  f?e-Q->.r;  AIT  S'Td&G 


GENERAL :      r^o^-f/  a  c  fp^  ;j  X-^j    S  J>       ^      'Z&o-fod  —  6~2-or-o*  .  


d^ye/vre-j    W' (T.  7.s .  is.    &JL   Zsas^tA  > ;  c 'As.  C   &A  Ci 


r^^f/'^j — c^V/-  ;^?e — — ill — ^y^- 


T 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  //3Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     (9c?f/i  /f34 

PROJECT  NO.:  XT&7D-//6/jj '  1/-/Q  CONTRACT  AMOUNT:     $     g&Jg.  g 

PROJ.  NAME  :5t.  /fiy,.j  J        ^e^A,//A^_0  CONTRACTOR :    /^^.*,  y^cj-  Jfy^jXpC* 

LENGTH :        QtZ  jf/.   FROM  (town)  :  \f  A^S^,  

COUNTY:    AWARD  DATE:  ^^-g^a'  

CONTRACT  TIME:    /jQj&fatbJf   "*fr  DATE  W0RK  STARTED :     &  ~/£-&<f- 

ORDER  TO  PROCEED  DATE:    7'-?r>-fzJ?.  PROBABLE  COMPLETION  DATE:  ^Jj^MSL 

%  COMPLETE:  ^   NO.  DAYS  WORKED  PER  WEEK:  ,<f  

%  TIME  USED:  y^,   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:       /  -    NO.  HOURS  PER  SHIFT:   3  - 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ,  7^>s~<£.  .  y/s TELEPHONE:        <^-^9  ^S^CZ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    jgT       ADDRESS:    .  V^.^^^r  ^ 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


>.? {£-7)*9lJ-</  CONTRACT  AMOUNT:     $      7,  ;?9<?,  *7</A.vS 


w-- 


CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


-7 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  - 

PROJECT  MANAGER:        i,-  >,        ^  TELEPHONE 

ADDRESS: 


4^ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


3- 


GENERAL: 


^  <7-r 


St  £3 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT 


r: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


9a 


^4 


CONTRACT  AMOUNT:  $_ 
J*  bU&sJ  CONTRACTOR: 

  FROM  (town) :  ^^g-^y 

  AWARD  DATE:   &3 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


94- 


ORDER  TO  PROCEED  DATE:       /=?■  ?q 

%  COMPLETE:   <±^_  

%  TIME  USED:   fe"  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


e2> 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^ZkAl  TELEPHONE:   

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


3- 


GENERAL: 


<1?<^  <J=tL 


s  •&L  (gag 


■-  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    J^f>f^ 3-7,  /? 7 ^ 

PROJECT  NO.:  £f_f£^Q^.  fS.  CONTRACT  AMOUNT:  $  9 ?C?.  963*  OO 
PROJ.  NAME:    M^^o^A    ^r/^/"  CONTRACTOR:      2^/7*     ^Wr^  £0. 


LENGTH: 
COUNTY: 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /  % 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


3  -  lo-S^- 

s 
/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /fif  '/f/rfj*,       /^y/TELEPHONE :       S??-  <$1/?/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ?£n<- 7^  J?       & /jt/4*  c 


GENERAL: 


At*. 


4 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  /^5j0^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:_2^  %>~2f73) //f 
PRO  J.  NAME:  M 
LENGTH:  / S >  & /??/ 

COUNTY:   /tfsZZ&uk  J 4/*-*.  rf<?- 
CONTRACT  TIME:  &±CM£Z2 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED:  '73  


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  J2-  7^  ^ 
CONTRACTOR: 

FROM  (town):  /^f/^5^Z//^L   

AWARD  DATE:  A^^Jl/^^^  7 /f£3 
DATE  WORK  STARTED:  y^^C  ?g  /f&jf- 
PROBABLE  COMPLETION  DATE:  /f&f 
NO.  DAYS  WORKED  PER  WEEK:    fa  rioz^J 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  %  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  y^An DtfTfcf, 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  % 


3  £3-442-* 


GENERAL:     ^frJ/lrTrrfa**?/* f~  /^/-ty*.  jfc    &*f?<Wf  M*dksd- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  5' 5 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J^y^P^ 


'4 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:  $  /  g  J2  ^S"f->jL 
CONTRACTOR:  J„,*^.^/j*S/^*6 


CONTRACT  TIME:  i%^2 


FROM  (town):  /ff/JJ^/g 
AWARD  DATE:      A/^^fr^  r /7  /  123 


ORDER  TO  PROCEED  DATE 
%  COMPLETE: 

%  TIME  USED:  £^  ^ 

NO.  MEN  EMPLOYED:  2- 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE 
NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


X-5 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  £%7l/^  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:       ^^Jd,jfy'/^<^  ^  £tff-f7#Cf   /^ri^'d  <£h0>rt 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


A— 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    J^zf)/,  3-  jf_ 

$  /  77-7337.7. 


PROJECT  NO.:    ~Z/g  /)  /  4  2> 

PRO  J.  NAME:  jg^^nTft  ££l£L 

LENGTH:  /,  £   

COUNTY : 

CONTRACT  TIME:       £  /J/J)  


CONTRACT  AMOUNT: 
CONTRACTOR:  ^//^^' 

FROM  (town):        2§l/?fi  /iff  

AWARD  DATE:         /?*<-<} ic^  7f  /ft*/ 
DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  jf* 

%  COMPLETE:    & 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  J?*tf. 
NO.  DAYS  WORKED  PER  WEEK: 


JL 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER:   /7//^  fyiTffir* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  (£ 


GENERAL:  tflfy/CiZ   /^AS  7^*^/ /70    &0Sllb~c^/~ #7/7% 


DISTRIBUTION: 


3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /ftsse</** 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     T/Z   <?0-3&<£)  /6  Z- 

PROJ.  NAME:    /l^n    CjL  £UjvL  

LENGTH:  p    /vtf^f  <  

COUNTY:  P^^s^  


—7* — y    


CONTRACT  AMOUNT 
CONTRACTOR:  £^ 
FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


~7C>    w  o. 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  4~ 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE :             9  7 

NO.  DAYS  WORKED  PER 

WEEK: 

/ 

%  TIME  USED:         £ Z- 

NO.  SHIFTS  PER  DAY: 

/ 

NO.  MEN  EMPLOYED:  Z- 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  z/^<£.^  &j&£e 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


TELEPHONE: 
ADDRESS: 


GENERAL:   ^^-/g  as. t~z>*  +  <  Cfl^//-^    t /y  ^  \&£Z&' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /f%*/ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


/#C*y  /Yff5 


MS? 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:     jJ-  %J 


CONTRACT  AMOUNT:     %4*,35~<?  73-4' 
CONTRACTOR:     fe/frr f  '  $<? 

FROM  (town):  £jbpd±^  /// j/  

AWARD  DATE:  {£€3 
DATE  WORK  STARTED:  3'3<5- 


%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


12- 


PROBABLE  COMPLETION  DATE:  /$%f 
NO.  DAYS  WORKED  PER  WEEK:  £~ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   ^/Ahn.^T/fe*  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      \  ADDRESS: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    jS*<f/ lt$fL 


PROJECT  NO.:     &2—/Ir*L fr)^/ 
PRO  J.  NAME:  ^jj^g/g  ^t^tl^d^ 
LENGTH:  ^  5^  /?/ 7^3 

COUNTY:  7T^  


CONTRACT  AMOUNT:     $  £A  £3-2 ' ,  <Jy 
CONTRACTOR:      <>U/M  i Sa/& 
FROM  (town):  Q7lJjL  /??7 


AWARD  DATE: 


CONTRACT  TIME: 

ORDER  TO  PROCEED  DATE:  &l£^MjL 

%  COMPLETE:   /  g#  

%  TIME  USED:   y//^  

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    /^jj  7~g¥ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  f,  /7,  /f^/ 

EFFECTIVE  OPENING  DATE:  /1y7 

PROJECT  MANAGER:      /?/ TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  £Lu&&6eL* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-Z& S 4 

PROJECT  NO.:        J?  2>  3  2- 

PROJ.  NAME:  tfk*S*3& 

LENGTH:  —  

COUNTY:       M****^  *  

CONTRACT  TIME:         /<?q    */  />  

ORDER  TO  PROCEED  DATE:  7-Jfc>-,g* 

%  COMPLETE:  ZQ .7  

%  TIME  USED:  -^Z  

NO.  MEN  EMPLOYED:  9  -  SO 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    1/4***/  /?.£/a*0     TELEPHONE:  ^^t9  , 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /-s~     ADDRESS:  M/^  <z><s^ m 


CONTRACT  AMOUNT:     $   £ Z. /.  3  <T 
CONTRACTOR: 

FROM  (town):  Afes&e&g  

AWARD  DATE:   

DATE  WORK  STARTED:         s  -  6 
PROBABLE  COMPLETION  DATE:      <T-/  ~<9^ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  4%£2J2*A~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J&jpf.  2& 


1 


PROJECT  NO.:    J??///^  CONTRACT  AMOUNT:     $  J?%  /¥&,/d 

PRO  J.  NAME:  &i  r  JM£s£  Jkl  CONTRACTOR :  /^t  /-sf ~fT  ^/>S5 
LENGTH:   /tf-   FROM  (town):  4 3 


COUNTY:         yf//^^^/d   AWARD  DATE:  6&§0Zz£Jl. 

CONTRACT  TIME:       /^O  6(J ft  DATE  WORK  STARTED:  '  S'-3-¥~&/ 

ORDER  TO  PROCEED  DATE:     ^y/^/  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   0   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   jf^  


  NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  ^^3^^/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  jf^gjNj^ 
EFFECTIVE  OPENING  DATE:  yi^/f 

PROJECT  MANAGER:     /%%C<#  /-=/"  TELEPHONE:  f'/Z/f/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:  /  gj3j$Ll/2£&£l 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:       // &  S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       f-  Z?~%tf 


PROJECT  NO. 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  X  &         Z .  J ' £> 
CONTRACTOR:       jLr«»a  £ua3L 
FROM  (town):      /^/-^/  /^/^ 


CONTRACT  TIME:  ^  &  £?, 


AWARD  DATE: 
DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


_<2.  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  -  

TELEPHONE : 


PROJECT  MANAGER:    ^Vw,  oJj/lS&L* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / —  &  ADDRESS: 


GENERAL : 


3?" 


tests 


7 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      //^  f% 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


PROJECT  NO.:        ft]  ft///,   

PROJ.  NAME:     /^^rf^A^-  M&L  , 
LENGTH :      .3  zJ&b£2*£dj£*2L2. 
COUNTY:  tfl&gt&zdz 

CONTRACT  TIME:   /j/ ' Q 

ORDER  TO  PROCEED  DATE:  /0-%4j~&2 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:     ? -21 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  '  Zjt 

EFFECTIVE  OPENING  DATE:  ; 

PROJECT  MANAGER:  tJj/rL   //Jt'iL'zjn*       TELEPHONE:  9   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  /-^       ADDRESS:  *  y/pvtf 

GENERAL:  'fib      S^yi^;,^/^,     A^Mj^  j^S***** 
 &?-L  Mi&mGSMijhsC  l$J3&.  -f**J&  snf/r 

24  t?sf   lZ 


CONTRACT  AMOUNT:     $         %2        7  ,  /  Q 
CONTRACTOR :         ^>y^    4^7^.   ^  . 
FROM  (town):  ~4tf^^.^/r 

AWARD  DATE:   1?  ~ 3Q  ~&*L 

DATE  WORK  STARTED:  *j  -  Z~ 

PRODADfcE  COMPLETION  DATE:         ~2H  ~  &  ¥ 
NO.  DAYS  WORKED  PER  WEEK:  1 

NO.  SHIFTS  PER  DAY:    

NO.  HOURS  PER  SHIFT:  ,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO . : 
PRO J.  NAME: 
LENGTH:  7.4 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  1-2(25)123 
RTF  1-1(20)30 
RTF  5-3(19)113 

See  Below-  

2.0  8.0 


September  26,  1984 

$  583,053.00 


Lincoln  Flathead 


CONTRACT  AMOUNT: 
CONTRACTOR:      Glenn  Rehbein  Excavating,  Inc 
FROM  (town): 
AWARD  DATE: 


Line  Lakes .  Minn 


April  30,  1984 


CONTRACT  TIME: 


Thru  Sept.  1.  1984     DATE  WORK  STARTED: 


August  7,  1984 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   5C%_ 

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  May  1985 
NO.  DAYS  WORKED  PER  WEEK:  6 

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  10 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       K.  Chrisinger  TELEPHONE: 

2       ADDRESS : 


55-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalis pell,  Montana  59901 


GENERAL :  Contractor  did  not  seal  the  Libby  portion  of  the  contract  due 

 to  inclement  weather.  Will  return  in  the  spring  and  finish  the  project. 

 Crushing  of  the  chips  for  the  Libby  job  was  done  the  week  of  August 

 27  to  30.  

 Subcontractor,  Frank  Gurney  striped  the  Kalispell  North  and  the 

 Lasalle  Road  north  of  Kalispell  projects  on  September  5  and  6  to  

 complete  those  two  portions  of  the  contract.  


*  LaSalle  Road  north  of  Kalispell 

Libby  North  &  South 
— Kalispell  North  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J^gpzZjW  /fS^ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


//J  _L 


%  3-3.3 


3  7,  $'& 


CONTRACT  AMOUNT: 
CONTRACTOR:  $jj?j42JL 

FROM  (town):  fa //l ft-//  

AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   , 

NO.  MEN  EMPLOYED: 


■$?  PROBABLE  COMPLETION  DATE:  /? 2f 


-3 


NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  if  /  n  k  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /A 


■3927 


GENERAL: 


Ifik 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  . 


PROJECT  NO.  :  /^'/Y ^  C'/fic)?.  ^ 
PRO  J.  NAME:  ^j^pjesi  Jr#(/J 
LENGTH: 
COUNTY: 


~7 

CONTRACT  AMOUNT:     $    /  y^7^^3-^^ 
CONTRACTOR:  ^jf*/^  t^C 


CONTRACT  TIME: 


%  COMPLETE: 
%  TIME  USED: 


FROM  (town):       /.ys?  O  /P/srs? 
AWARD  DATE:      Q7r /g  C    %  /  f  Z 
DATE  WORK  STARTED:     JSkfto  d  /f$¥ 
ORDER  TO  PROCEED  DATE:  Cfit./tf  %  M%¥    PROBABLE  COMPLETION  DATE :  JjU*  €  S'/f/f 

NO.  DAYS  WORKED  PER  WEEK:  tdtr/*f/& 
NO.  SHIFTS  PER  DAY:  / 
NO. 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 


EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £t  rfij  $j 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


GENERAL: 


4* 


/_2 


Af.  yj-A 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  ^  ( 

3255-2914 


DISTRICT:  Missoula 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:         September  26. 
RTF  35-1(4)? 
RTF  36-1(1)0 
RTF  5-2(26)67  


1984 


See  Below  * 


18.1    5.0  12.0 


Mineral    Lake  Sanders 


CONTRACT  AMOUNT:     $  470.503.30 
CONTRACTOR:      Glenn  Rehbein  Excavating.  Inc, 
FROM  (town):        Lino  Lakes,  Minn. 
AWARD  DATE:  April  30,  1984  


CONTRACT  TIME: 


Thru  Sept.  1. ,84 


DATE  WORK  STARTED: 


July  27,  1984 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   100_ 

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


15 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Sept.  1.  84 

6 


11 


ACTUAL  COMPLETION  DATE: 


Sept.  7,  84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:         Sept.  12,  1984 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         k.  Chrisineer   TELEPHONE: 

5  ADDRESS: 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED 


P.O.  BOx  400  

Kalispell,  Mont.  59901 


GENERAL:  Contractor  seal  coated  the  St.  Regis  cutoff  portion  of  the 

contract  on  August  28  -  30  to  complete  the  seal  work  for  the  three 

 Prolects  that  make  up  the  contract.  

 Subcontractor,  Frank  Gurney  Inc.,  striped  the  St.  Regts  road 

 On  Sept.  7  and  the  Plains  -  Northwest  project  on  Septl  4    to  complete 

 the  actual  work  on  the  contract.  As  soon  as  maintenance  forces  remove 

 the  reject  material,  the  final  will  be  submitted.  


*St.  Regis  Cutoff 
Plains  -  Northeast 
Tolson  Elmo  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  /^^^ 

CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  ^^>/. 


PROJECT  NO.:  /  fej/  <</  CONTRACT  AMOUNT:     %  ^36%  S/&  *  >Z 

PROJ.  NAME:    &^mljA  CONTRACTOR:      ^/  fexzf 

LENGTH :   ^3    FROM  (town):  <gs//f,/MsftJ4 

COUNTY :        ^/r/Th^J   AWARD  DATE:  <7~5<:'"Z3  ~ 

CONTRACT  TIME:        /f-tf  /{J ft  DATE  WORK  STARTED:  J-~/-gy 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE :  Jif/fs. 

%  COMPLETE:  7^   NO.  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:  ^ jg   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  /' %   NO.  HOURS  PER  SHIFT:   g 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  ^,  TELEPHONE:  ,?<f 's- -~3-?  27  , 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ^  /,  /fflf- 


JENERAL :    _  YU^SA*     C^^M/^L  ^/^~7 

ff'^TS-sJ  .  ytfs  ///?6S  /s  0/**,/s7A 


DISTRIBUTION:     WHITE  -'CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        September  2ft,  1984 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


ERS  548-1(3)4 


West  Reserve  Drive 


0.8  Miles 


Flathead 


CONTRACT  TIME: 


150  Work  Days 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   98 

%  TIME  USED: 


8-2-8? 


103 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$  1,523,163.22 
Mclntyre  Const.  Co. 

Great  Falls  

July  11,  1983  


DATE  WORK  STARTED:       August  1,  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


October  1984 
0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      K.  Chrisinger  TELEPHONE:   

2  ADDRESS: 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalispell,  Mont.  59901 


GENERAL :       Contractor  spent  two  days  the  past  reporting  period  on  cleanup. 

 Sub  contractor,  Frank  Gurney,  Inc.,  striped  the  project  on  Sept.  5,  1984. 

 No  work  on  the  project  since  Septl  5  as  awaiting  for  seeding  dates  

 to  seed  and  fertilize  the  project  to  complete  same.  

 Two  to  three  engineering  personnel  working  in  the  office  on  the 

 Final  intermittenly  between  other  work.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ?- Z& 


PROJECT  NO. 


PRO  J.  NAME:  ^W^^,  J,,, 
LENGTH :  £.C 


DATE  SURVEY  AUTHORIZED:  z -^-^ 
DATE  WORK  STARTED:  -^^zL 


ESTIMATED  COMPLETION  DATE: 


3 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  z/+<**/  /f,  g^&g  TELEPHONE:  ^-^-^^/ 
NO.  PERSONNEL  ASSIGNED:  -  ^ —  %  COMPLETE:   


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         &  <?-  ?-C  c&ft 


PROJECT  NO. 


3^ 


DATE  SURVEY  AUTHORIZED:  ^-/p-^  ? 
DATE  WORK  STARTED:       /-3  / 


PRO  J.  NAME:   CiAxttAU  J&Z*  ^*fcg= 

LENGTH:  / Z.  &    /4/jLS~>   ESTIMATED  COMPLETION  DATE:  ^-2/ 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    //^^  TELEPHONE:  S~*<p-6+9/  

NO.  PERSONNEL  ASSIGNED:       %2£ZL  %  COMPLETE:   /<p<?   


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


2S 


DISTRICT: 


Butte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  %J%jlSi- 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


S_278-l(143_ 
Jackson  No.~ 


PMS  _Oyerlay_& 
Widening 


FJH 


%i 


M_029_9(4J.  _  _  _  _ 
Anaconda  Streets 

V  55-3(3)12  

ESgiTJTi  ATe.~  WTTiteTlalT" 


Overlay^Grading,  &_ 
Drainage 


pin 


Drainage 


PXH 


a 


F  00-1(5)3  _  ^ 
Bridger~Uanyon  ~R"oa3~ 


Slide  Gorreefcion 
^Rdconctruot-jr^n" 


F  47-1(1)0 

5naconda-Warm  Springs 


PMS  Overlay 


75 


/o/ 


^29^1  (10)  4  3_ 
Twin  Bridges  No. 


PMS  Overlay _& 
Widening  


45 


F_50z2(  14)51.  _  _ 
Gallatin  Canyon  Road 


PMS  OyerJ,ay_Jt 
Digouts  


pi  ACU 

QcS. 


675 


75 


F_85=I(2X0  _  _ 
Jack  Rabbit  Lane 


EMS  Dyer-Lay.*.  Grading  &_ 
Widening  


Dc6 


35 


70 


FR  8-4(9)99 


PMS  Overlay  & 


Three  Forks  No. 


Widening 


O 


6 


F_69I1(22_10_  _ 
Boulder-Whitehall 


PMS  Overlay _& 
Widening 


RTtf 


G 


fa 


M_l  805(2.1    _    _  _ 
Holmes  Avenue  -  Butte 


Gradjjig ,  Gravel  Surf , 
PMS  Overlay 


PTH 


o 


O 


M_18±£(L1  _  _  _  _ 
Elizabeth  Warren  -  Butte 


Grading  ,_Gr.aye]  Surf . 

PMS  Overlay 


o 


o 


M  0299(4)  U2 


Overlay,  Grading  & 


Anaaaada  Streets 


o 


IR  90-5(45)256 


Overlay,  Guardrail  & 


flflrriwfill  Eaat 


LpvpI  ing 


Oc5 


8 


ICC 


IR  90^6(45)307  _  _  _ 
Bozeman  No.  Side  &  East 


PMS  Oyerlay_& 
Guardrail 


Pes. 


/43.S 


75 


ST301/vf 

DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^IZlJS^ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M— UPC 

USED 
THIS 
REPORT 
PERIOD 

% 

COMP 

EST 

COMP 

DATE 

IR  15-2(51)117 

Buxton  Int.  No.  &  East 

PMS  Overlay  & 
Guardrail 

PXH 

f 

z 

'3S 

IR  15_-1X72)JJ  _   _    _  _ 
Lima-Red  Rock 

PMS  _0verlay_&  _  _ 
Guardrail 

o 

I 

Tr  15-2(52)126' 

Fence  Rehab. 

mi 

f 

5 

IR  15-2(50)93 

Helfose- TntTNoT  Irr.  "Fitch 

Ditch  Rehab. 

o 

o 

— 

IR  90-5(47)240 
Whitehall  West 

PMS  Overlay  & 
Guardrail 

PXH 

o 

1 

IR  15_-1(73)38 
Red  Rock  Int.  No. 

PMS  .Oyerlay_& 
Guardrail 

3 



ST301/vf 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


CMS-14 


DISTRICT: 


3uTT£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     /=~  &zJL 
PRO  J.  NAME:  /fjEST 
LENGTH: 
COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:     -^-/^  -^V 

%  COMPLETE:  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT: 


CONTRACTOR:  P/?£y£/?  >- 
FROM  (town):   Jy>zL&WA/,  A/t~ 


AWARD  DATE: 


-y- 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:    &  -/7-<?V 
PROJECT  MANAGER:  _ZaV//-/  tffit>£LL  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


DATE: 

WEEK: 

GENERAL:  L    /a/SPc^TjOaj    SJS    /^a/D/sv  6 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:     BuTTE  . 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       *f  -  27  '#4 


PROJECT  NO.:    /=*  8~*j(/c)&8 
PRO  J.  NAME:      -TZstoN  -  SpuTti 
LENGTH : 

C0UNTY:   ^aa^gzgg 


CONTRACT  AMOUNT:     $  /;  /QQ;  80S 
CONTRACTOR:  /?mj=X>/SAM  Asr#  ///^ 


FROM  (town):  SfcjfrtslA  .  A/77 
AWARD  DATE:   ^  -^py 


CONTRACT  TIME: 


2£ 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  y-/^-#V 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:    g^gg  -J>y 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:       £}  ~3o  -^V 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^.  &,  ^fe^^^T  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS : 


sSSLBAlJt^.  A/77 


GENERAL:     CM&fyfjg,  g£    /^v/?2_    Darr/9     js    £g££&&Z£.    U±  DiST/jicT 

 /kA/D//J6  sfAX/l/stL    ^£    £,LY.  <D.    ArteA*  j£)j=J_£> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:  SuTTE 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:         f  -37-84 
RTF  Jt-/V*)t>   1  

PROJECT  NO.  :  ffi?  Vc  -%C/H)J8&  CONTRACT  AMOUNT:     $  e^9QJ  76>6> .  5Q 

PRO  J.  NAME:    £g£  3&tLS   CONTRACTOR:  GLEM  I?£HBEIH  Evs  ,s/C 

LENGTH :   X?    FROM  (town):  &£LtL 

COUNTY :  /fatCj&tujzlL  LaDGB       AWARD  DATE:  ^-  -,py  

CONTRACT  TIME:  (£OA/PJ£Tku4  Date)  DATE  WORK  STARTED:  S-J^.-F^  

ORDER  TO  PROCEED  DATE:    yfifo^  yyfr,  /         PROBABLE  COMPLETION  DATE:  ~ 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  ~ 

%  TIME  USED:    ~  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:  ~  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  8-/S-2H 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:              S,t-t£>N  TELEPHONE:  .gg&j-gggj. 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS: 


GENERAL:     <gaag£fejgg{g  /=y//sfL    Dj9T/9     JS    f%o&/?ass,N6,  SAi 
 QgjSmZ.  &S££££t*  Zfc    £3   £sT/a*/* -rj=£>    TsirtT  /^a//?L  Data 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     F  t3-t  { t J  "2-  *f 
PRO  J.  NAME:    ^Ar^.  Sou+L 

LENGTH :   Uj£_  jrt;/*.< 

COUNTY :  tfi*AjJUL21  

CONTRACT  TIME:        / UJ  O 
ORDER  TO  PROCEED  DATE:  d4fl£>/&Ll 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ____  

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <Z4"/^  £J1  TELEPHONE:        £  g*Z  -  46^4  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    IQ      ADDRESS:        g^got .  Q<e/ty.  

GENERAL :      ggatgfggj    /  <   £*a#/2&£   *>  *e  Pp4  ^  CjjLOj*  &fi 

(J&  CMS,       £<r*A  -rt~  ca  olJxZlZ. 

CL<y  ™  f>  fa  „  

— A  £  % — im  — ridded »  jOf*vin$  fa&cJc.  Prrr-i  


CONTRACT  AMOUNT:  $  J?  */y^  .^VS",  </7 
CONTRACTOR:     -f/^fZ./^^  . 

FROM  (town):      0 „  

AWARD  DATE:  J  / /  30  

DATE  WORK  STARTED: 

PROBABLE  COMPLETION  DATE:        7 //  Jg£ 

NO.  DAYS  WORKED  PER  WEEK:  3-  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  <?  ^  /g 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
RINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     2130  (ltttte) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Sept.  2e,  1984 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


115-3(42)150  Ul 
lemice  -  la  gin 
0.07  Biles 


Jefferson 


CONTRACT  TIME:    120  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  jj# 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


Oct.  30,  19»3 

100  


87 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  917 f 815. 90  

CONTRACTOR:      Melnttyre  Coast.  Co. 
FROM  (town) :       Groat  Falls,  Montana 
AWARD  DATE:        Sept.  20.  1983  


DATE  WORK  STARTED:      Pot.  20,  1983 


PROBABLE  COMPLETION  DATE:  August  31.  1984 

NO.  DAYS  WORKED  PER  WEEK:  0  

NO.  SHIFTS  PER  DAY:   0  

NO.  HOURS  PER  SHIFT:  0 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

_       TELEPHONE : 
*         ADDRESS : 


PROJECT  MANAGER:    Robert  Oilman 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


225  -  3788 


P.O.  lox  118 


Basin,  Montana 


GENERAL:         Project  is  now  complete. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


3^ 


DISTRICT: 


2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Sept.  2  7,  1934 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


1-15-3  (42)  150  U- 
Bernice-Basi n 


Jefferson 


CONTRACT  TIME: 


>Q  .."orkinG  Day; 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   25 

%  TIME  USED:  28 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  13,569,729.9: 
CONTRACTOR :       Jletten  Co.ist.  Co. 
FROM  (town):     Great  Falls,  ilont. 
AWARD  DATE:  4-30-04 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


r.     '■>  Q     r>  / 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     iJilliara  G.  Bork  TELEPHONE:  225-3592 

13         ADDRESS:  Basin,  Ilont.. 


DATE: 

11-1-35 

WEEK: 

5 

9 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Bo;:  11C 


GENERAL :    Elattner  has  been  raoyinn  dirt  £s  rock  iron  one  end  of  the  projp.-r  to 

 the  other  &.  tryinr.  to  .get  detours  finished  off  for  gravel  j  n£.  

 Abcon  drilled  &.  shot  cuts  at  90S  &.  1108  for  One  -/eek  then  nnupri  rmt 


then  gflOg  back  in  9-25-34  to  drill  &  shoot  903  rut. 


OT.eiil  has  been  installing  pipe  fro:;]  one  p-rl  of  the,  prnjpr-t  to  thr» 
other.  

r.orth-.rest  has  been  fencing  xostiy  farm  fence  on  the  south  end  of  the 

project  to  contain  the  livestock  that  -.Jill  be  coming  in  soon.  

S'.ran  a  sons  have  ween  clearing  &  burning  several  areas  should  have 

about  all  they  can  do  this  year  by  the  end  of  this  week.  


kainbo:;  has  been  doing  the  sign  moves.  Sletten  is  crushing  at 
Grund  pit.     Started  putting  V£  gravel  on  So.  Frt.  Rd.  C -25-34. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      H^n  -  ''"ttp 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ""nte^e-  ° 7 ,  1QR/+ 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


T  1  "        '/i^  1  "r'  TT-? 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   r7_ 

%  TIME  USED:  07 


NO.  MEN  EMPLOYED:  oo 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  9,700. nop. on  r-tr.  r 


CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


■p-f 


J_L 


1    ?n  io?/,. 


DATE  WORK  STARTED: 


1  "5,       10  P  A 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


iqo 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     gassljj  ;  .  ':leV^_  TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


iQV  "MP 


GENERAL :      "f"cturr  c/  / ■ 30  00.   jyg^g^   ^lafifi^  "h-1  f-jpc1  Sglfl£lCgil! 


D  1  J, 


fling    -nA   ^xHlZ££d    >'"'t-rp"''i   SuIitsS  B&ggfiL.      'tpI    "frncriiro^   "  f   ^fat-inn  °.r 

Saxaeil,  ala&fcf        fcl&d    &jjafQ3iai.2g  ''^p1  "n-3  "'onrr^t-p  for  Hp -  f^  no.  i,r.o  

• 1 1  ^ ,  T"*-r>r-T"  m  aJLfi    taajbxagaa  sad  SJLaha        horn  t-hp  aoxLh  and  co"t;- 

'  rir     c  -*  1 1  f*  '-1  — 


bout^  'tr::rtnr"s.  '  ra\  ^trtictt|reg  -t  ^Crtjor;  11  7°  '     .  7ft  ■  ^orp^-',  r  "I  ■•■  c  ■=>  g  V 


xd  r""^pt-p  for  beati 


rr 


iiadaeaJ  1 


uxaa 


LQ  If-"1    hacn    q  c  '^cr\r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:      ni3  -  gutte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ,-„nf.prT,hpr  07  1004 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH :  GL.12  ®i  1  £  s 
COUNTY:        T»f  f  nr„,-,  ■, 


TTj-3  '4?N  1  T°  U-3 


?  r  - 1 ' 


CONTRACT  TIME:      2M    'Q^M  ^a"r 
ORDER  TO  PROCEED  DATE:     v,:„  ^  1Qq/, 

%  COMPLETE:  22  

%  TIME  USED:  ^7  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  0  |  jnn  t  nnn  ,  nn  /("-nurF 
CONTRACTOR :        ^ttfn  ^^trMrtl"-  n. 
FROM  (town) :     nreoe  SjjLLgj  ^-rta-- 


AWARD  DATE: 


2X3 


1     OA  IOC!/.. 


DATE  WORK  STARTED: 


ice 


PROBABLE  COMPLETION  DATE:    -  nv,n',er  ^rp^ 

NO.  DAYS  WORKED  PER  WEEK:  -  

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER: 


■oV-   !  ..  '7ie'-e 


*)  O  K  _  1 0  ;-'  1 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


1 1  P. 


GENERAL : 


rf.or,<-      ,-),-.,  ]  gt-g    for   ^(-f.rr>^    -rc    '"  g    Fp'Mrr-q      '  t--»-ij  r  t 1 'r 'vc""3f ' 


taa  T  7""'-  HEl^  '-'  73  "ffpl   "u':    ile  ^Vrris' 


irii  x  73  "tfp1   "T?"  "i1" 


lO'V.      ->(-.  tl  !.!•  '"(--,-,1 


1  -C.-.-r- 


r  i.  n 


'frrl  l?r>->-- 


'",;te 


an-  , asoi 


0'    If!  ~ ' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  SuJLL 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:    S^r  J./  ,9*4 


PROJECT  NO.:   _T  fig J  /-4C 


PRO J.  NAME 
LENGTH: 
COUNTY: 


7.  ?  /I/?,*. 


CONTRACT  TIME:  JJC  g&g^  g*rj 
ORDER  TO  PROCEED  DATE:  ja  ^ 

%  COMPLETE:  JL.o  

%  TIME  USED:         ^,  x  

NO.  MEN  EMPLOYED:      rf^-  ^6  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  /C.  33/  f^/, 
CONTRACTOR:     H^^^c                    <?t> . 
FROM  (town)  :  Arf/SsonJ/t, 
AWARD  DATE:      J^+./   f  '9X4  


DATE  WORK  STARTED:     /&6„±r   7,  ,  g£g 
PROBABLE  COMPLETION  DATE:  js^r. 

NO.  DAYS  WORKED  PER  WEEK:  j<r  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  «T 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS:  ?  /?*,a>^ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


&4  4&dL  ^<r?oi-3«cr 


GENERAL: 


j5  J*  7-0  j?Jy 


8^ 


/1~  O  D '6  5  16  # f-Z  .         l7gT//-»  -SoS       <^C~^r.  /VJ/V^^      «^t>^</V>tAJ  /v»^;  ^/.y 


dy~>    ??C    to  frfrX 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      2130  (lutte) 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      lept.  26,  19*4 

PROJECT  NO.:      115-3(43)143   CONTRACT  AMOUNT:  $  

PROJ.  NAME:        Ilk  Park  North   CONTRACTOR:      CoP  Conat.  Co.  (sub-contractor) 

LENGTH:    FROM  (town):      Billings,  Montana 

COUNTY:  Jefferson  AWARD  DATE: 


CONTRACT  TIME:  DATE  WORK  STARTED:    */23/84  (structures) 


ORDER  TO  PROCEED  DATE: 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE: 

NO.  DAYS  WORKED  PER 

WEEK: 

2 

%  TIME  USED: 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:        1  to  4 

NO.  HOURS  PER  SHIFT: 

3 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  fg^jftttf 

TELEPHONE :  225 

-  378* 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2  ADDRESS:  lasin,  Mont. 


GENERAL:       Work  has  begun,  on  a  part  time  basis,  on  the  struetures(2)  orer 

 to. son  Creek.  The  two  crossbeams  on  eaeh  of  the  two  structures 

 hare  been  built.  The  three  T-bulb  beams  hare  been  placed  and 

welded  down  on  each  of  the  two  structures.  Items  are  as 

 follows;  reinforcing  steel  388  lbs.,  DP  concrete  5«Q  yds., 

 traffic  control-devices  474  units,  traffic  control  flagging 

 4  hours,  3-39  ft.  and  3  -  49  ft.  T-bulb  beams,  bridge  

 survey  controls  Q.36%. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


17 


DISTRICT:  fiut/?. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^'jZ^-S^1/ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


//P  12£      CONTRACT  AMOUNT:     $  3.  CP&^'/JS 

Jte&kC&tl   Cjfyjtff'S  CONTRACTOR:       ^gX/^  Ab^AcM^^ 


FROM  (town):  . 
AWARD  DATE:       Z,- ^,  9  - 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


6- 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   £^  

%  TIME  USED:  £6 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


3 , 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     <zJ.  A/  ff/e,  TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /£_  ADDRESS: 


GENERAL: 


2Sktdli*&    'PS?  <?-/'A-&A ,  &4U#lM   <2t  d£L  < 


J  -         A  J  yA  /  '  7 


y    —   7^ — — — -y  -7-7 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         $  9-26-84 


IR  15-4(55)200  & 

PROJECT  NO.:    IR  15-4(59)217   CONTRACT  AMOUNT:     $  $3,988,151  

PROJ.  NAME  Helena-North,  Wolf  Crk.  Cany,  CONTRACTOR:         Hilde  Const.  Co.,  Inc. 


LENGTH :         28.7  Miles   FROM  (town):       Great  Falls,  Mt. 

COUNTY:       Lewis  and  Clark  AWARD  DATE:  5-31-83 


CONTRACT  TIME:       131  Working  days  DATE  WORK  STARTED:  8-3-83 


ORDER  TO  PROCEED  DATE:       6-23-83  PROBABLE  COMPLETION  DATE:  9-i5-84 

%  COMPLETE:  100    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:         99   NO.  SHIFTS  PER  DAY:   -  

NO.  MEN  EMPLOYED:  -   NO.  HOURS  PER  SHIFT:  

ACTUAL  COMPLETION  DATE:  9-i5_84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  9-15.84 
EFFECTIVE  OPENING  DATE:  _ 

PROJECT  MANAGER:       at  r,.  TELEPHONE:  444-fi^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _6_       ADDRESS:   2701  Prospect  Ave 

 .  Helena,  Mt.  qqfisn 


GENERAL: 


The  project  is  complete  and  all  notes  and  supporting  data  has 
been  fowarded  along  with  the  semifinal  estimate  to  the  Butte 


headquarters  for  checking.  This  will  be  the  last  newsletter 
progress  report  for  this  project  from  the  field.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  fiuffe 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9~'Z7-<Z*7/' 


PROJECT  NO.  :  /jT'  -^ &       /  9<?  CONTRACT  AMOUNT:     $  £u£2£/ggj^ 

PRO  J.  NAME:  <z/e>,  ffes&f?        sis/tsA^.  CONTRACTOR :     ^srr/O/s-e  d^^^^^ztt/d/^.T* 
LENGTH: 
COUNTY: 


CONTRACT  TIME:  /J > 


FROM  (town):  /8j///nGsy 
AWARD  DATE: 


DATE  WORK  STARTED:     J~  9~&*/ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  /<Z?Z?   

%  TIME  USED:  09  

NO.  MEN  EMPLOYED:  ^  

ACTUAL  COMPLETION  DATE:  /J^cf'/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  tf-/6-<$Y 

PROJECT  MANAGER:     ^/ /J,  TELEPHONE:  >^^-^JJS 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Jf^       ADDRESS:  'S(32^g£j£j/jfee> . 


GENERAL: 


fs-rftr  7&>s-  -f/^/jXet?/^ 


2 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     27  SeP  Bl+ 


PROJECT  NO.  :    F  49-1(2)9 

CONTRACT  AMOUNT:     $  897,903.15 

PROJ.  NAME:   Dillon  -  Twin 

Bridges 

CONTRACTOR:  Baltrusch  Construction  Co. 

LENGTH:       7-3  Miles 

FROM  (town):      Havre,  MT 

595C1 

COUNTY:  Beaverhead  ■-  Madison 

AWARD  DATE:  '-3C-8U 

CONTRACT  TIME:       70  WD 

DATE  WORK  STARTED:  4- 

■30-84 

ORDER  TO  PROCEED  DATE: 

-30-8 U 

PROBABLE  COMPLETION  DATE 

Jun  85 

%  COMPLETE:  95 

NO.  DAYS  WORKED  PER  WEEK 

 M%  

:  P 

%  TIME  USED:  97 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  1-5 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Caprara   TELEPHONE:  683-6290   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    '  ?0  B^x  1342  

Dillon,  KT  59725  

GENERAL :     The  contractor  placing  shoulder  widening  throughout  project,  an 
sub-contractor  crushing  cover  material,  installing  signing,  guardrail,  an 
deli net or s,  throughout  project.  Plant  Mix  -  100  %  Complete,  Signing  -  100  % 
complete,  Striping  will  be  completed  this  period,  cover  an  seal  operations 
'•rill  be  co  pieced  next  year-,  to  gpp&K  complete  project.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  <5UTTZ^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO .  :  gD-z63j87 

PRO  J.  NAME:  k/.  G-C~  BoKZrt&n 

LENGTH:  O  •  O  ,  /tf-S 

COUNTY:  AgtM^t  h  


CONTRACT  AMOUNT:     $  13,^3,00 
CONTRACTOR:     f*iOc.*^i>  g-<Lg^7/g/£  <20 
FROM  (town):     &  ///^ /Ylf  J>47/*r 


AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE; 
%  COMPLETE:  48 
%  TIME  USED: 


JO-ZV-X3 


Jl 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


JO- 3o  $4- 


ACTUAL  COMPLETION  DATE:  — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <3 ,  A.  S' ?Vz>  aJ  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  — 


SEL  -  9^4,  z- 


ADDRESS : 


P.O.   60^  lllQ 


GENERAL:  <S^s  /  ^^^Cy/  amJ*/    0 -h     ^  ; 


"~<2^77  <3-/ h  J        A>  J>? 


Jl 


Of  a     £  n~n 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &rr* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       <?/i  7 /f>S 


PROJECT  NO.:  /?*>^  r  9  -  ~7 
PRO  J.  NAME:  ^  ^ 

LENGTH :   7^  ^/^ 

COUNTY: 


CONTRACT  TIME: 


/60  c/*Y3 


CONTRACT  AMOUNT:     $  3tJ&&%S3L&£. 
CONTRACTOR:      (5,^,^  ^^^^ 

FROM  (town):     g,j  Sfg:  

AWARD  DATE:      ^/  y/   

DATE  WORK  STARTED:  x-T  ^>"-? 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:  <?y  


TE: 


NO.  MEN  EMPLOYED:  s 


PROBABLE  COMPLETION  DA 
NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


 <i 

/  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^L«jcg««eg  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


0r7-  T^f.  ^V-Trf, 


T 


s***  Sc. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^>^^5r 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 
S^S^s?  >*v<vsve  -P^^tW 
PROJECT  NO.:  ^/ZSZS^ ^9  /^?  "7 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


tr^S^Sf  yP/?s?s*  S4*/T/* 


CONTRACT  AMOUNT:     $  •fStg,  ggjg 

CONTRACTOR:  ggjgj£*S£g£  

FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:      yPssS         ^/ - 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
9*"f  S^*"^  NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


S 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  ^/^>7^/  A*,  /^/u^  TELEPHONE : 
NO,  OF  ENG.  PERSONNEL  EMPLOYED:      /  ADDRESS: 


^g>AT  ✓XX^ 


GENERAL: 


.     sJ^yys-  ^SSg^g£SS££  <  /'/^/^  ^atjvt 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


<3 


9f 


DISTRICT:     &U  TT  £~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-  Z7-0  4- 


PROJECT  NO .  :  QfZF-HS'S  S6~l(->)  I 

PRO  J.  NAME:  6r,  ^^r\  Gr> 

LENGTH :  q.  V  gg^ks  

COUNTY:   


CONTRACT  AMOUNT:     $    56g  5  3  7.  9/? 
CONTRACTOR:  Cta^L^CL^L^ 
FROM  (town):        g&^giazjfea,  />7  7~ 
AWARD  DATE:  <g-,Z£  -^3  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


9-9-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /op 
%  TIME  USED:  <5^> 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  -<P4- 

NO.  DAYS  WORKED  PER  WEEK:  (We 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  tf*  5" 


ACTUAL  COMPLETION  DATE:  9'2jO~S4- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  -&4- 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <5.  A,  5/77QrU  TELEPHONE:      S~8&  -  ^€i^Z.  

4-  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED : 


P.o.   &c>L  ino  


GENERAL: 


P, 


rO 


/r/^v — e+is/s*  Euz^A.  to.  s&^jzd/L.  tax  qQqs 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     Sept.  27.  1984 


IR  90-4(37)230 


PROJECT  NO. : 
PROJ .  NAME :    Homestake  Pass  E  &  W 
LENGTH: 
COUNTY: 


9.7  Miles 


Jefferson  &  Silver  Bow 
CONTRACT  TIME:     90+8  C.u. 


ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:   9_8£  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  3,591,397.20 
CONTRACTOR:     Jim  Gilman  Excavating,  Inc. 

FROM  (town):       Butte,  Montana  

AWARD  DATE:         Jan.  30,  1984  -- 
DATE  WORK  STARTED:     March  21,  19RL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


10/84 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

_  TELEPHONE: 
6  ADDRESS: 


PROJECT  MANAGER: 


R.T.  Wilson 


494-3224 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Box  3068 


Butte.  Montana 


GENERAL :       All  items  are  completed  with  the  exception  of  Seeding,  Impact  

attenuators  and  to  paint  rest  areas  and  ramps.  These  items  will  be  complete! 
as  soon  as  weather  permits.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^Xl'd? 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J££&sZ&<&*2  ^3^/: 


PROJECT  NO.  :  sH£>'?c?-'^(&?J^2£2 

PRO  J.  NAME:  4%dsig&toA&,  ^<£aaa&A*- 

LENGTH:   

COUNTY:  e^y^iifi^s^  

CONTRACT  TIME:      sZ?0  ^2^5 


ORDER  TO  PROCEED  DATE:  ? 

%  COMPLETE:  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


<*3 


ACTUAL  COMPLETION  DATE: 


—  


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town):     <^ZTx?^ /ZZtu^>\  sGfor: 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

^^y^gf/  TELEPHONE 

ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:     ,g£jte<flSjjgg  6e*f*i>*&sr0/i)  TW^T   stfd&r  <£*<cVr  /&Ms 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  BUTTS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         9-Z."7-  8  4~ 


PROJECT  NO.:    X/?  9Q  -£>  C  4~z\  ~2>t  3  CONTRACT  AMOUNT:     $  j>  81^03  4.0? 

PROJ.  NAME:    EcOc*-  CQtJVoKj  Ot/£gw  CONTRACTOR:      M^JTy  7V>g<?  dj>s>s+.  C) 


LENGTH: 
COUNTY: 


S.  3  Mil. 


FROM  (town): 
AWARD  DATE: 


(he^A-T  F/M-CS      /V)  T 


7 


CONTRACT  TIME: 


~7s    tsj.  pay's 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE :  <Op 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


S-3 -83 


99 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   J 

HOURS  PER  SHIFT: 


9-  /o 


/ 


NO. 


ACTUAL  COMPLETION  DATE:  9- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^-Z-g>-8 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:     &.  A.  ^/ttzjaJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  3 


GENERAL: 


uJ  as 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:  j&uttE 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  jTyC  90-C.(</*) 3/<S 
PRO  J.  NAME:  /gfcg  Jr 

LENGTH :   & 

COUNTY :    <g®U*Zm  jC^S&L 


CONTRACT  AMOUNT: 

CONTRACTOR:    J^^L  &>..J*C. 
FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:     V-y^  ~^py 

%  COMPLETE:   

%  TIME  USED:  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ^>-/^_^/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  J&fcy  ^k&ilML 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE ; 
ADDRESS: 


jd?o>c  S//£> 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  yfr  y^/^  £3) 
PRO  J.  NAME: 

LENGTH :  /.  *  y^y 


CONTRACT  AMOUNT: 

CONTRACTOR:  J;„  Ex^A-i-^f, 
FROM  (town) : 
AWARD  DATE: 


$  /  7*JT.  /VS.  «?V 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  y#  -/  -<Py 
NO.  DAYS  WORKED  PER  WEEK:  S~ 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:   g 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:   £>ZjE  ^ASo^ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  S 


/?£>.  ;//£> 


GENERAL:      fax*    gggg   /^^r  &&&&&  Afel>. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ,jggggg"Wggg 


PROJECT  NO.  :   

PRO  J.  NAME:  S~y>  £  y  ^gf^^g^^g7 

LENGTH:  X  ~Z   

COUNTY :  <^f^^  *"S<*/ 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 


%  COMPLETE: 
%  TIME  USED: 


&6  s*«4S'r<tssr<* 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  — 


CONTRACT  AMOUNT:     $ y&i?,  swr  "V 

CONTRACTOR:   

FROM  (town):  ^^y^r^f  

AWARD  DATE:  ^ 

DATE  WORK  STARTED:    //^^  -?<ss7 

PROBABLE  COMPLETION  DATE:  /9^Y  ' 

«*  

NO.  DAYS  WORKED  PER  WEEK:  s*<?~"<*  w 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS : 


PROJECT  MANAGER:  ^yyV^y  ygA>s?4SW 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


^fV  /gvy    /yy  &  


_rv^r-  ^v/y^yy»yf   yy^>gy>r£  yysyjy;,  y^sy?*^^? 
S^ys7-rJ  yi?y>  ^y+yyyz^-ry?   y^r^    y/^ys    y&y?y?yiyyssz  yZ-e-VA/ssys 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-J7-&H 


PROJECT  NO.  :  /?*S 

PRO  J.  NAME:  /^tUA^tGl  <&BM£  X-s#6S 

LENGTH:  

COUNTY:  ^T^T^uy/^  


CONTRACT  AMOUNT:     $  /?4,7&/.*io 
CONTRACTOR:  Jr//£SAy  Tfamc  /faiHT.  /a/c 
FROM  (town):  frtUS  ,  Afr, 


AWARD  DATE: 


CONTRACT  TIME: 


so? 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  -gj 

%  COMPLETE:  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  Z£tt£  Ak>^L 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS : 


f?Q,  Sax  3o6X  


GENERAL:  /ZaJAL     D*TA    fo/e    TWjs   ^J^ct  ^,t.L 


" a6*72Z«/^LS   sa/  ^72^gT£  "    yjs  CrHTZN ED  OUT. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  r„^p 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9-26-84 


PROJECT  NO. 


M  5809  (3) 


CONTRACT  AMOUNT: 


PROJ.  NAME Montana  Avs.-nrangB        rn»tar CONTRACTOR:     Maronick  Const.  Co,.  Inc. 


LENGTH: 
COUNTY: 


0.29  Miles 


Lewis  and  Clark 


FROM  (town):  East  Helena,  Mont. 
AWARD  DATE:     Julv  21.  1984 


CONTRACT  TIME:      30  nays 


DATE  WORK  STARTED: 


SfiDt.  17 f  1984 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  _2  

%  TIME  USED:  13 


Aug.   27,  19R4 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Nov.  2r  1984 
 5  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Reather      _  TELEPHONE: 

L  ADDRESS: 


444-6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Helena ,  Mont . 


GENERAL :   The  contractor  has  been  installing  36"  R-C.P..     He  is  presently 

— unable  to  work  because  of  mud  and  adverse  weather  conditions.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     Ss,  rs~£L 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     W- J>A  'e£*f 


PROJECT  NO.:    Xf  /5v^"-5S>  )  ?3  DATE  SURVEY  AUTHORIZED:  f$-3-&*f 

PRO  J.  NAME:    Z^v    Dr.    ffSUAB-  DATE  WORK  STARTED:     /\A  A; 

LENGTH:    ESTIMATED  COMPLETION  DATE:  A///. 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IK 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  y-ZX 


PROJECT  NO.:    £££.  /Jr./Atojstf    DATE  SURVEY  AUTHORIZED:    ^  -,J?4 

PROJ.  NAME:  jg^g  Ca&.So.  ^Zv^.v^DATE  WORK  STARTED:  ^^^^yo 

LENGTH:  - — "  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:  ____  

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/22 1 E 


51 


DISTRICT:  So^. 


PRELIM I  NARY  SURVEY  PROGRESS  REPORT 
FOR  THK  PERIOD  ENDING :     ?~J?&  mj£t£ 


PROJECT  NO.:     g£._Sf?£> 'Jf^^Stf      DATE  SURVEY  AUTHORIZED:  ^-/J '  3'1 

I'ROJ,  NAME :     £aS?.M^.R&±.__.        DATE  WORK  STARTED:    /\/^.Ce.£W  A^*^ 

LENGTH.     —  —  ESTIMATED  COMPLETION  DATE:  /L/./£jl\ 

DATE  SUBMITTED  To  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


TR I  HUT  ION :     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CkH/HHK/sw/22 IK 


DISTRICT:  ^\ypfyr>^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     %~JgQ  "S"f 

PROJECT  No .  :     ft  .         DATE'  SURVEY  AUTHORIZED:    /- -  -^4 

I'ROJ.  NAME:    //^^r  DATE  WORK  STARTED:/^    £*£W AsTM#££> 

LENGTH:   ~     ESTIMATED  COMPLETION  DATE:  /y/f 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER :  TELEPHONE: 
NO.   PERSONNEL  ASSIGNED:  %  COMPLETE: 


I U  STR I  BUT! ON:     WHITE;  -  CONSTRUCTION  BUREAU 
YELLifw  -  DISTRICT  OFFICE 

PINK'-  ORIGINATING  OFFICE  CRM/BHii/sw/ li  IE 


< 


5S 


DISTRICT:  St/r^C 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  INK  PERIOD  ENDING:     J-  -g^f 


PROJECT  NO.  :  /"fe^ /A  j.  DATE  SURVEY  AUTHOR! ZED 3? 

PROJ.  NAME:  dZ^^^^^tM^  DATE  WORK  STARTED:  A/a  C/tCW Asx>Ja>^ 
!  FNClll.  ESTIMATED  COMPLETION  DATE  .  A/./A , 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
NO.   PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  IUIREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/KHB/sw/22 IE 


'KOI.  NAME 
.ENG  I'll : 


DISTRICT:  £ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR   THE  PERIOD  ENDING:  ~  <S4 


PROJECT  NO.  : 

3&o  /t>  rfr*. 


DATE' SURVEY  AUTHORIZED:    S">&  S>L 

DATE  WORK  STARTED :  /V?  <C/e.£W  AsS/6A/£& 


fT^m_   _.        ESTIMATED  COMPLETION  DATE:  Mj4 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
Ml.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/ HUB/ sw/ 22  IE 


5<> 


DISTRICT:  Bvr7£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ' S'f 

PROJECT  NO.  :     ftp    9/^ 3 4  gj£   DATE  SURVEY  AUTHORIZED:  /£>-^£>-&3 

PROJ.  NAME:     £^  ^^gSSaS^  DATE  WORK  STARTED:  A/o„C&J#J$SS/G/V£& 

LENGTH :  ESTIMATED  COMPLETION  DATE .  A/A 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


1)1  STK I  HUT  I  ON  :     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/.';w/2i  IE 


PROJECT  NO. 
PRO  I.  NAME: 
LENGTH : 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

DATE' SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 
ESTIMATED  COMPLETION  DATE 


DATE  SUflNJTTKM  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
NO,   PERSONNEL  ASSIGNED:  %  COMPLETE 


D I STK I  BUT  I  ON :     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/22IE 


5T7 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        <?-  ^7- 


PROJECT  NO.:      A1   ~l4oL    C*>)  DATE  SURVEY  AUTHORIZED:      8^*i-&</  & 

PRO  J.  NAME:     m*'n'  &h'noa*< ,  C,  j  fil^     DATE  WORK  STARTED:  3-/o-£><f- 
LENGTH: 


/  *n',/t 


£5. 


ESTIMATED  COMPLETION  DATE:  /o-3o-&4- 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    <3.A.5,  7t4^l  TELEPHONE:        <Tg>£  -  9S~6  Z_ 

NO.  PERSONNEL  ASSIGNED:  ft  %  COMPLETE:  3o 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:    S^v  Trz^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9~Z-7-?*- 


PROJECTNO.:      ZS  4lJ-'6)o 
PRO J.  NAME 
LENGTH: 


DATE  SURVEY  AUTHORIZED:  S-/7-fi>3 
DATE  WORK  STARTED:        /  z.  -  7  -  g  3 


C.4-   &2jJ£S   ESTIMATED  COMPLETION  DATE:      9-.?o  S4~ 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  <50/}.  S/P^Q^j  TELEPHONE:  jSS6—  9^6.  Z 
NO.  PERSONNEL  ASSIGNED:  </  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      Qctahar  1,  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 

MILE- 

STONE 

M-HRS 

USED 

THIS 

-f-\  t~»  T^fc  s~\  i~\  m 

REPORT 
PERIOD 

% 
COMP 

EST 

COMP 

DATE 

RF  60-2(3)91 
Great  Falls-East 

Grade,  Gravel  Surf. 
PMBS  Structure 

Prelim, 
P.I.H. 

229 

80 

11-30 

FR_2Ar3(3}76_  _   _   _  _ 
Rogers  Pass  E. 

Widen^  Gravel  Surf. 
PMBS  ~ 

Field 
Review 

264 

8 

7-15 

RS"  348(18^ 

■»  ffl  ■  S.  Vnrr  Re.nrnn-Sniith 

Grade,  Gravel  Surf. 
PMRH 

Prelim 
.P.T.H. 

9 

Q 

6-1S- 

F_3-LCj6)5_ 

Sun  River  Jet. -North 

RMBSj-Overla*.    _    _  _ 
Minor  Widening 

Final 
P.I.H. 

0 

80 

2-15- 

F_J0-_2_(  123  _   _    _    _  _ 
Big  Sandy-South 

Gxade^  GraveJ.  Surf  •   _ 

PMBS 

Prelim, 
P.I.H. 

112 

5 

1-15-i 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


57 


CMS- 14 


DISTRICT:     r,rBat  Falls. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  1.  1984 


PROJECT  NO.:         IR  15-1(61)229 
PRO J.  NAME:      Augusta  Int.  -  North 

LENGTH:        18.7  Miles  

COUNTY:        Lewis  &  Clark  &  Cascade 


CONTRACT  TIME: 


120  w.n. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  86£ 
%  TIME  USED:  8l£ 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  (^22%M^2B 
CONTRACTOR:      Hi  Trig  r.nn.t ,  fin..  Ins 
FROM  (town):        Great  Falls,  Mt . 
AWARD  DATE: 


Feb.  ?9,  19ft/, 


DATE  WORK  STARTED : 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Q,  Enderson  TELEPHONE: 

ADDRESS:  Great  Falls 


DATE: 

-!-L»  1   

in-?6-Ay, 

WEEK: 

5 

1 

- 

12 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _14_ 


727-4350  Gt.  Falls 
235-4457  Craig 


ENERAL :       Prime  Contractor  Hilde  engaged  in  planing  Type  R  PI  .  Miv  st.a  .  1955 
to  165Q,  or  97%  complete. — Type  R  PI  .Mix  will  he  rnmpip+.pri  .q0pfcPmhQr 
O.G.F.C.  placed  to  sta .  1470+ -  or  85%  complete  and  plans  are  to  complete  by 
Oct.  5r  1984.  

Sub  Contractor  One  Way  Signs  completed  removal  nf  Median  t?ai]mn  9/19/9/,. 
Completed  Bridge  Median  Rail  revision  on  9/20/8;,.    Rpgan  planing  pgrvngngnt 
Impact  attenuators  on  9/2.5/84. — Guard  Rail  w>rlr  fining  i^i,i^c  gaisiog  rail 
and  changing  out  terminal  ends.  ,  

Sub  Contractor  Martinez  Const..  Cn.  placed  PrPpa?t.  M^ian  Rail  ^rem  sta.  1089 
to  1473  for  a  total  of  11.3  miles  to  date,  or  76%  complete.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        October  1,  1984 


PROJECT  NO.:      IR  15-7  (21)  323 
PRO J.  NAME:      Brady  No.  &  So.     ( NB ) 

LENGTH:  11.6  wiles  

COUNTY:       leton  &  Pondera  Co. 


CONTRACT  TIME: 


120  forking  Days 


ORDER  TO  PROCEED  DATE:    July  30,  1984 

%  COMPLETE:  4%  

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  3,587,986.71 
CONTRACTOR:        Sletten  Const.  Co. 
FROM  (town):      Great  Falls,  Montane 
AWARD  DATE:        July  6,  1984  


DATE  WORK  STARTED:      July  30,  1984 


PROBABLE  COMPLETION  DATE 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  1  and  2 
NO.  HOURS  PER  SHIFT: 


■Tuly  L££5 


to  10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

Newton   TELEPHONE :  278-7931 

13  ADDRESS: 


PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ConraJ,  no'itan a 


:   ■'raffic  was  placed  on  Detour  on  August  6, — 1 9B4.  

Contractor  removed  pavement,  unclassified  excavation,  installer!  culvert 
ind  constructing  embankment  throuahout  the  rebuild  area. 

Beqan  work  on  the  lAulti-Plate  Pipe  on  9-11-1984. 

Contractor  crushing  l-jr"  C.  B.  S.  and  began  crushing  3/4"  Plant  Iwix 
Virgin  Aggregate  9-13-1984. 

Started  double  shift  on  3/4"  Plant  Mix  Aggregate  9-26-1904.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS-14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  1.  1984 


PROJECT  NO.:  IR  15-8(41)389 
PRO J.  NAME:  Sunburst-North 

LENGTH:   8.5  Miles  

COUNTY:   Toole  

CONTRACT  TIME:  70  +  18  Working  Days 
ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:   100  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


95 
4  to  9 


ACTUAL  COMPLETION  DATE:  9/14/84 


CONTRACT  AMOUNT:     $  2.259,443.42 
CONTRACTOR : Meyer  Construction  Company 

FROM  (town):        Billings.  Mt.  

AWARD  DATE:  February  29.  1984 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Walter  D.  Smith_        TELEPHONE:  937-7111 

1         ADDRESS : 


April 

24,  1984 

DATE: 

WEEK: 

5 

1 

8  to  12 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


General  Delivery 


Sunburst,  Mt.  59482 


GENERAL:      Sub-contractor  One  Way  Sign  &  Construction  replacing  W-beam  guardrail 
with  new  cable  guardrail  (Change  Order  No.  1)  completing  this  work  September 
14,  1984.    One  Way  Sign  also  applied  the  second  coat  of  Epoxy  paint  striping 

(Change  Order  No.  2)  from  September  9,  1984  to  September  14,  1984.  The  

Contract  was  completed  on  September  14,  1984  with  84  of  the  authorized  88 

Contract  Days  being  expended.  Pit  reclamation  work  by  PRE  sub-contrartnr 

Swan  &  Sons  remains  to  be  accomplished.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:    3130  GT  FALLS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      5LTTCMDCR  26.  1Q84 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RTF  1-5(1)322 


CHESTER  -  RUDYARD 


20.9  MILES 


LIBERTY  &  HILL 


CONTRACT  AMOUNT:     $  398,709.05 
CONTRACTOR:      BALTRUSCH  CONST  CO 

FROM  (town): 
AWARD  DATE: 


HAVRE,  MT 


4-30 — 84 


mmmmm  complete  by  9-1-84 

ORDER  TO  PROCEED  DATE:  5~3-84 

%  COMPLETE:   

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  6-20-84 


100 


_9J_ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  8-25-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        F  A  ROBINSON  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    n-1  ADDRESS: 


8-31-84 


727  4350 


GT  FALLS,  MT 


GENERAL : 


TIED  TO  PROJECTS  RTF  1-6(7)384  (HAVRE-CHINOOK  &  RTF  1-8(7)472  (MALTA- 
SACO)        WORK  ON  FINAL  ESTIMATE  AS  TIME  AND  PERSONNEL  PERMIT 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:      3130  GT  FALLS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    GCPTCHDCR  26,  1984 


PROJECT  NO.:      RTF  1-6(7)384  

PRO J.  NAME:       HAVRE  -  CHINOOK 

LENGTH:  20.4  MILES  

COUNTY:  HILL  &  BLAINE  

XXK«DRPXXX»)W«)tX  COMPLETE  BY  9-1-84 
ORDER  TO  PROCEED  DATE:  5-1-84 

%  COMPLETE:   lqq  

%  TIME  USED:   $q  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  7-15-84 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      F  A  ROBINSON 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0-1 


CONTRACT  AMOUNT:  $  305,886.00 
CONTRACTOR:    BALTRUSCH  CONST  CO 

FROM  (town):  HAVRE,  MT  

AWARD  DATE:   4-30-84  

DATE  WORK  STARTED:  5~29-84  

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:   

8-31-84 

CONSTRUCTION  SUPERVISOR:   »  X#0&)H«*X 


TELEPHONE :      727  4350 
ADDRESS:  GT  FALLS,  MT 


GENERAL :   

 TIED  TO  PROJECTS  RTF  1-5(1)322  (CHESTER  -  RUDYARD)  &  RTF  1-8(7)472 

(MALTA  -  SACO)        WORK  ON  FINAL  ESTIMATES  AS  TIME  AND  PERSONNEL  PERMIT 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:     3130  GT  FALLS 


CONSTRUCTION  PROGRESSJREPORT 
FOR  THE  PERIOD  ENDING:    QCPTCMDCR  26,  !Q8'l 


PROJECT  NO.:      RTF  1  -8(7)^72  

PRO J.  NAME:       MALTA  -  SACO  

LENGTH:   20.1  MILES  

COUNTY:   PHILLIPS  

mmmmm  complete  by  9-1-84  

ORDER  TO  PROCEED  DATE:  5-3-84 

%  COMPLETE:   LQQ  

%  TIME  USED:   8J  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  8-16-84 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        F  A  ROBINSON 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0— 


CONTRACT  AMOUNT:     $  399,535-40 
CONTRACTOR:  BALTRUSCH  CONST  CO 

FROM  (town):  HAVRE,  MT  

AWARD  DATE:  4-30-84  

DATE  WORK  STARTED:  7~3-84  

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONSTRUCTION  SUPERVISOR:  8-31-84 


TELEPHONE :        727  4350 
1       ADDRESS:  GT  FALLS,  MT 


GENERAL:   

 WORK  ON  KM  FINAL  ESTIMATE  AS  TIME  AND  PERSONNEL  PERMIT  

TIED  TO  PROJECTS  1-5(1)322  ( CHESTER- RUDYARD)  &  RTF  1-6(7)384  (HAVRE- 

CHINOOK)     


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS-14 


DISTRICT:    ^no  GT  FALLS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    SEPTEMBER  26,  1Q8'i 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH: 
COUNTY: 


RTF  10-2(9)20 


WEST  OF  CARTER-LOMA 


22.5  MILES 


CHOTEAU 


tffimmW®  COMPLETE  BY  9-1-84 

ORDER  TO  PROCEED  DATE:  5-3-84 

%  COMPLETE:   lqq  

%  TIME  USED:   97  


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  8-28-84 


CONTRACT  AMOUNT:     $  376,272.60 
CONTRACTOR:    BALTRUSCH  CONST  CO 
FROM  (town):  HAVRE,  MT 

AWARD  DATE: 


4-30-84 


DATE  WORK  STARTED: 


6-7-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      F  A  ROBINSON  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Q-J  ADDRESS: 


AUGUST  31 ,  1984 


727  4350 


GT  FALLS,  MT 


GENERAL:  

 WORK  ON  FINAL  ESTIMATE  AS  TIME  AND  PERSONNEL  PERMIT 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:         F  3-2(8)  18   CONTRACT  AMOUNT:     $     2, 1*92, 198.65 

PRO J.  NAME:    Fairfield-E.  &  W.(East)  CONTRACTOR:       Hilde  Construction  Co. 

LENGTH :   mM**   FROM  (town):   Great  Falls,MT. 

COUNTY:  Teton  /  Cascade   AWARD  DATE:  Nov.  30,  1982  

CONTRACT  TIME:         HQ  +  1  W.D.  DATE  WORK  STARTED:       Feb.  1.  1983 

ORDER  TO  PROCEED  DATE:        U-18-83  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  lOOi   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  ggj   NO.  SHIFTS  PER  DAY:    

NO.  MEN  EMPLOYED:     NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:    Aug.  8r  1984 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  August  10,  1984 
EFFECTIVE  OPENING  DATE:    Aug.  8,  1984 

project  manager:    Haamcrhacker  telephone:   -  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j_  ADDRESS:  P.  0.  Box  1240  

Conrad,  MT.  59425 


GENERAL :  Th»  final  w>g  «nhmltted  to  the  Great  Falls  District  office  with  support ing 
 data  on  September  12,  1984.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:         Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:         Qcgfcerteg  TOfil. 
HES  3-2(9)  h6,  HES  3-2(12)  1*9, 
HES  3-2(13)  **7,  «» 

PROJECT  NO.:  HES  9-2 (k)  k5  CONTRACT  AMOUNT:     $  75.131.00 

PRO  J.  NAME  :North  of  Choteau  &  Augusta      CONTRACTOR:       Levis  Construction  Co. 

LENGTH :      FROM  (town):         Great  Falls,  MT. 

COUNTY :   Ie±£n   AWARD  DATE:  July  ?7 ,  198U 

CONTRACT  TIME:  Working  Davs  DATE  WORK  STARTED:  August  27,  1Q8U 
ORDER  TO  PROCEED  DATE:  Aug.  27  f  1Q81<.  PROBABLE  COMPLETION  DATE:  10- IS- 84 
%  COMPLETE:   55^   NO.  DAYS  WORKED  PER  WEEK:  5  


%  TIME  USED:  57^   NO.  SHIFTS  PER  DAY:   2 

NO.  MEN  EMPLOYED:         g.iQ   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       TfanrniPrh^lcPr  TELEPHONE:    

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  P.  0.  Box  12to 

 Conrad,  MT.  59^25- 


GENERAL :   The  contractor  completed  slope  flattening  and  culvert  ina-hql  la-fr-inn 

 on  the  Prelect  5  miles  North  flf  Choteau  on  Q/7/84.    He  started  slope  flatten- 

 ing  and  culvert  removal  &  installation  on  the  project  Q  miles  North  of  Choteau 

on  Sept.  10th  and  completed  operations  there  on  Sept.  20,  198U.    He  moved  onto 

 the  pro.lect  located  North  of  Augusta  on  Sept.  21,  198k  and  began  work  on  this 

—  Project  on  9/2h/Qk,  He  is  currently  working  on  the  culverts  and  slope  flatten- 

 log  on  this  project t  He  has  had  some  slow  downs  and  shut  downs  due  to  weather 

the  past  two(2)  weeks.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:      Great  PhUs 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Soptmnhoi.  g&  V&k 

PROJECT  NO.:         F  -  HES  V2(l0)  28  CONTRACT  AMOUNT:     $  1,682,186.50 

PROJ .  NAME :  Frggzgnut  T-ak  g-Kag-h  fc  W»«t.  CONTRACTOR:         Empire  Sand  j  Gravel  fir.. 

LENGTH:   12^  miles  FROM  (town):        Billings,  MT.  

COUNTY:   Teton   AWARD  DATE:        June  8.  1984  

CONTRACT  TIME:       80  Working  Days  DATE  WORK  STARTED:       July  6.  1984 

ORDER  TO  PROCEED  DATE:  July  2.  1984  PROBABLE  COMPLETION  DATE:    Oct.  l6.  1984 

%  COMPLETE:   99^   NO.  DAYS  WORKED  PER  WEEK:  1  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   1  


NO.  MEN  EMPLOYED:    2-10   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     HWprbaxker  TELEPHONE:     

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2_B_       ADDRESS:  P.  0.  Box  1240  

 Conrad,  MT.  59425 


GENERAL :     The  contractor  completed  seal  &  cover  operations  on  Sept.  6f  1984. 
Sub- contractor  Western  Signs  started  on  the  guardrail  &  revise  bridge  rail 
on  September  5f  1984  and  completed  operations  on  Sept.  19 f  1984.    The  striping 
was  started  on  Sept.  17  by  sub- contractor  Western  Sign  and  completed  on  Sept. 
18.  1984.    All  ma.1or  items  are  completed  on  the  subject  project  and  the  contractor 

is  awaiting  for  the  seeding  dates  to  complete  the  subject  project.  TjfDl2}_men 

are  currently  working  on  the  final  vith  an  estimated  submittal  date  of  11-2-84. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     3130-  Groot  Fall; 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Octoberlf  1QB4 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


F24-3  (5)  100 


Roqers  Pass  -  East 

.lddle  Section 


Lewis  and  Clark 


CONTRACT  TIME:     120  +  13  V..0. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99* 
%  TIME  USED:  98>b 


10-18-82 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  3,215,825.45 
CONTRACTOR:       Meyer  Const.  Co. 
FROM  (town):     Billings,  Montana 
AWARD  DATE:  9-24-82 


DATE  WORK  STARTED: 


11-18-82 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-8/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ,     S.  Vi.  Newton  TELEPHONE:  278-7931 

0  ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Conrad,  uontena 


GENERAL :  :.ll  items  completed  except  1-1/2  acres  of  seeding  on 

slide  area  correction.  On  shutdown  until  fell  seeding  iate. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT: 


3130  -    Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 

HES  60-2(11)91  U-2 
F-BHF-RTF  60-2(5)92  U2 

Warren  Br.  &  Appr. 

0.4  mile  

Cascade 


October  1,  1984 

$  893,096.00 
CONTRACT  AMOUNT:     $   2,764,053.48  Project  Total 

CONTRACTOR:       Sletten  Construction  Co. 

FROM  (town) :   Great  Falls  

AWARD  DATE:  2-28-83 


CONTRACT  TIME:     220  +  4  W.D. 


DATE  WORK  STARTED: 


3-30-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100 
%  TIME  USED:  g2 


4-18-83 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


8-13-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


8-21-84 


727-4350 


Great  Falls,  MT 


GENERAL :  Project  (roadway)  was  completed  8-13-84.  Final  estimate  and 
 supporting  data  were  submitted  to  District  Office  on  9-19-84. 


Marlin  Brackney 
Engineering  Officer  I 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 14 


DISTRICT: 


3130  -  GreatFalls 


CONSTRUCTION  PROGRESS  REPORT 

9-30-04  


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  BHF  RTF  60-2(5)92  U2 

karden  bridge  

0.203  mile  

Cascade 


CONTRACT  AMOUNT 
CONTRACTOR:      Sletten  Constr. 
FROM  (town):     Great.  Falls 
AWARD  DATE:  2-28-84 


1,870,957.00  Structures 
$  2,764,053.48  Project 


CONTRACT  TIME: 


220  workind  days 
ORDER  TO  PROCEED  DATE:  4-18-83 

%  COMPLETE:   100  

%  TIME  USED:   92  


DATE  WORK  STARTED:  3-22-83 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


8-1 3-84 


ACTUAL  COMPLETION  DATE:      August  13,1984 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:        1 1-14-83 

PROJECT  MANAGER:      T  .G .  Tomich   TELEPHONE:    727  4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       box  1359 


August  13,1984 


Breat  Falls  ffl 


GENERAL:            The  final  and  supporting  data  were  submitted  to  the  District  Office 
Sept.  13,1984   This  is  the  bridge  ppption.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

7/ 


CMS- 14 


DISTRICT: 


3130    Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         9  26  04  


PROJECT  NO.:  F  BHF  RTF  60-2(5)92U3 
PRO J.  NAME:     harden  Er  Overlay 

LENGTH:   O.A  gg^  

COUNTY:  Cascade  

CONTRACT  TIME:       100  working  days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   22_ 

%  TIME  USED:  92 


10-24-83 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  550,827.00 
CONTRACTOR:       Sletien  ConsLr.  Co. 
FROM  (town): 
AWARD  DATE: 


at.  Balls 


9-30-83 


DATE  WORK  STARTED: 


4-10-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-5-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:       7.31  _ftj, 

PROJECT  MANAGER:      >,T.G.  Tomich  TELEPHONE:  727-4350 

_2_       ADDRESS:  Box  1359 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Great  Falls  NiT 


GENERAL :  V»ork  this  past  month  consisted  of  an  arrow  removal.  Work  remaining 
 is  painting  of  curbs.  


The  two  man  crew  is  engaged  in  inspection,  on  final  notes  and  working 
bridge  Inspections 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:     Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        October  1,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


RS  233-1(5)15 


St.  Joe    Road-No.  Havre 


6.1 


Hill 


CONTRACT  AMOUNT:     $  1,094,353.13 
CONTRACTOR:         Baltrusch  Const.  Co. 

FROM  (town) :       Havre,  MT  

AWARD  DATE:  4-9-84  


CONTRACT  TIME: 


70  +  5  HJL 


DATE  WORK  STARTED: 


4-23-84 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  100% 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


4-30-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


8/17/84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        Gordon  Treftz  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


8-23-84 


265-6821 


P.  0.  Box  592 


Havre,  MT  59501 


GENERAL :        Final    estimate  and  supporting  data  were  submitted  to 
District  Office  on  9-11-84. 


MARLIN  BRACKNEY 
Engineering  Officer  I 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT:    Great  Falls  -  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    October  1,  1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


BHM  5710(3) 


B.N.R.R.  Overpass-Havre 
0.2  mile 


Hill 


CONTRACT  TIME: 


220  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1% 
%  TIME  USED: 


8-27-84 


6% 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,560,292.61 
CONTRACTOR:    Martel  Construction  Co.,  Inc. 
FROM  (town) :        Bozeman,  MT  59715 
AWARD  DATE: 


DATE  WORK  STARTED: 


9-19-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^len  Brown   TELEPHONE: 

ADDRESS : 


265-6821 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Havre,  Montana 


GENERAL:         Progress  to  date  consists  of  removal  and  installation  of 

 72"  RCP  for  Bullhook  Creek,  driving  sheet  pile  and  excavating 

for  Bents  #18    and  19  on  structure. 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


74 


CMS- 14 


DISTRICT:  Great  Falls  -  3 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      October  1,  1984 


PROJECT  NO.:      BR  9021  (7)  

PROJ.  NAME:      Bullhook  Flood  Canal 

LENGTH:   0.29  miles  

COUNTY:  Hill  

CONTRACT  TIME:        75  W.D.  

ORDER  TO  PROCEED  DATE:  7-30-84 

%  COMPLETE:   65  

%  TIME  USED:  53  

NO.  MEN  EMPLOYED:      4  to  7  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Glen  Brown  TELEPHONE:  265-6821 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      2         ADDRESS:  Havre,  Montana 


GENERAL:         All  concrete  poured  for  sub-structure.    Deck  is  formed,  all 

 deck    steel  placed  and  ready  for  deck  pour  when  screed  machine 

 becomes  available  and  weather  cooperates.  


CONTRACT  AMOUNT:     $  251,274.97 
CONTRACTOR:     Sletten  Construction  Co. 

FROM  (town):        Great  FAlls  

AWARD  DATE:  7-6-84  

DATE  WORK  STARTED:  8-2-84  

PROBABLE  COMPLETION  DATE:  10-30-84 

NO.  DAYS  WORKED  PER  WEEK:  _5  

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  10 


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CMS- 16 


DISTRICT:       3130  GT  FALLS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       SFRTFHHrn  84,  IjOft 


PROJECT  NO. :     M  Sgjhfe  CD   DATE  SURVEY  AUTHORIZED:       9~ 1 7~8 1 

PROJ.  NAME:     GT  FALLS-SOUTH  ARTERIAL       DATE  WORK  STARTED:  12-10-81 


LENGTH:  8-9  MILES  ESTIMATED  COMPLETION  DATE:   12-31-84  ? 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:        F  A  ROBINSON  TELEPHONE:  727  4350 


NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  46 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


H  I 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

/Da /J  j  qgd- 

FOR  THE  PERIOD  ENDING:     3£Pf  ><9£?*r 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


<±2  st'Z  C<) 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


1 -23  83 

-7  -  S2  -  ^3 


0 .  8  MU&S 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:       CjOZDoaI  £%SggT2  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE: 


3£>  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


CMS-16 


DISTRICT: 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        October  1,  1984 


PROJECT  NO. :  RS  552-1(01)0 
PRO J.  NAME:  Sunburst-East 
LENGTH:   13  Miles 


DATE  SURVEY  AUTHORIZED:  5/9/84 
DATE  WORK  STARTED:      August  15.  1984 
ESTIMATED  COMPLETION  DATE:    10/1 s/fi6 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Walter  D.  Smith  TELEPHONE:  937-7m 

4  %  COMPLETE:   ^ 


NO.  PERSONNEL  ASSIGNED: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

Qf7Z&££.  h  J  9*4- 
FOR  THE  PERIOD  ENDING:        gnptwW  P7 ,  IQflk 


PROJECT  NO.:     R.S.  k3i=li2)  7 
PRO  J.  NAME:      Fairfield  -  Pover 
LENGTH:   7.0  miles 


Great  Falls 


DATE  SURVEY  AUTHORIZED:        Oct.  1980 
DATE  WORK  STARTED:       Feb  21.  1981* 
ESTIMATED  COMPLETION  DATE:  11-15-84 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

Hammerbacker  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


CMS- 16 


DISTRICT:        313Q  GT  FALLS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

£JcjZ&£j£.  7-  J9S4 
FOR  THE  PERIOD  ENDING:     3LTTCHDCR  26,  1Q8'l 

PROJECT  NO.:     P.S  33Q-1  (6)0   DATE  SURVEY  AUTHORIZED:   

PRO J.  NAME:       ULM  SOUTH  (NOBTH  SECT)       DATE  WORK  STARTED:  11-28-83  

LENGTH:  6.5  MILES  ESTIMATED  COMPLETION  DATE:  12-3Q-8*p 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     F  A  ROBINSON  TELEPHONE:  727  '050  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   7_6  

*  PENDING  OUTCOME  OF  CONDEMNATION  HEARING 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:  WHS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    5/>V~  A  8  ,  '^84 


/S)P  79  3       #**  & 
PROJECT  NO.:  /p-zd  )*>'/ 

PRO  J.  NAME:  /3/<->  <./2a/Q<  /Jo*  £/.Dt*2 
LENGTH:    /^?.  3  


DATE  SURVEY  AUTHORIZED:  '2-7-83 
DATE  WORK  STARTED:  /" 


ESTIMATED  COMPLETION  DATE: 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
C7OeOQAi  T^ggrz —  TELEPHONE: 


26  S  -  6& Zt 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


0O  % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     CjT  &jU& 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      &£f>r .     *G  . 

MP.  72  3    TO  "l>*74* 
#P  ,Q  -2^)S/  DATE  SURVEY  AUTHORIZED: 


A-   


DATE  WORK  STARTED: 


/Z  -  7  84 
Z- 9 • Si 


ESTIMATED  COMPLETION  DATE: 
DATE  SUBMITTED  TO  DISTRICT:  &<  £84 

PROJECT  MANAGER:       tiOPOM   r*£m       TELEPHONE:   Z^ceZ-l 

NO.  PERSONNEL  ASSIGNED:  £>  %  COMPLETE:   98JV± 


OifC  B4 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE  niM/Rm/«w/221E 
PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221L 


DISTRICT: 


FOR  THE  PERIOD  ENDING: 

MP  C2.L  7<f,3 
PROJECT  NO.:         /?/^        -  2.  CsJLSlA 

PRO  J.  NAME:        /.Q/visg     rf/o  ist/JOf 

LENGTH:   /<?.  z  


PRELIMINARY  SURVEY  PROGRESS  REPORT 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


/2  -  7  • 

4- 


ESTIMATED  COMPLETION  DATE:      Q&C  &<f 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    CzQj2J2£2il    g£££Z£  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  ~7  %  COMPLETE: 


&S"A> 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


CMS- 16 


DISTRICT:   3130  GT  FALLS 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Saptambar  26,  I98/1 


IR  15-5(65)283 


GT  FALLS-VAUGN 
26.2  MILES 


DATE  SURVEY  AUTHORIZED: 


5-27-83 


DATE  WORK  STARTED:  h-l~Zk 


ESTIMATED  COMPLETION  DATE :   1 1  - 1 -84 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  F  A  ROBINSON  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:      p-4   %  COMPLETE: 


7?7  fe35Q 


-60_ 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     Of.  ^ILS 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  *StJpr     HQ.  tSE&h 

rt-P  55  O   7&  *>2.c 
j?F   /Q-Z  S3  )  5V  DATE  SURVEY  AUTHORIZED: 


 7  5  /V?U£5 


DATE  WORK  STARTED: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  6g/zQOAi  r# '6 'a TL.  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  <3  %  COMPLETE: 


/Z--7-  83 


0S  % 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:    Gl endive 
~4T3~0~ 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     September  25,  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED 

rpi  T  T  C 

THIS 

REPORT 

PERIOD 

h 

COMP 

EST 

/">  AMI") 

LUMP 
DATE 

RS  258-1(4)11 

Dagmar  -  North  Dakota  Line 

PMS  Overlay 

Plans  tc 
Checker 

41 

60% 

12/1 
84 

F  26-1(1)3 

Sidney  -  North  Dakota  Line 

Gr.,  Gravel,  PMS  and 
Structure 

Final 
P.I.H. 

216 

55% 

3/1 
85 

F  2-1(8)46 

Fallon  County  Line  -  E  &  W 

PMS  Overlay 

Final 
P.I.H. 

20% 

7/1 
85 

F  39-1(15)4 

Lame  Deer  -  North 

PMS  Overlay 

Final 
P.I.H. 

10% 

8/1 
85 

F  18-1(2)1 

Miles  City  -  Northwest 

PMS  Overlay 

Final 
P.I.H. 

0% 

9/1 
85 

FR  1-10(12)639 
Culbertson  -  West 

PMS  Overlay 

Prelim. 
P.I.H. 

0% 

9/1 
85 

RS  247-1(1)0 
Webster  -  East 

GS 

Final 
P.I.H. 

0% 

6/1 
86 

F  25-1(6)0 
Circle  -  North 

PMS  Overlay  &  Widen 

Public 
Hearing 

40% 

8/1 
86 

RS  344-1(5)29 

7.5  Miles  West  of  Froid 

PMS  Overlay  &  Widen 

Prelim. 
P.I.H. 

0% 

9/1 
86 

BRF  42-3(6)73 

South  of  Glasgow(Milk  River) 

Str.  and  Apps . 

Prelim. 
P.I.H. 

r\  a/ 

3/1 

0/ 

F  42-3(7^59 

Fort  Peck  -  Glasgow 

PMS  Overlav  &  Widen 

3omp  of 
Survey 

0% 

7/1 
87 

RS  245-1(4)15 
Brusett  -  East  &  West 

GS  and  Minor  Gr. 

3omp  of 
Survey 

0% 

1/1 
88 

F  62-2(6)12 

South  of  Culbertson 

G,  GS,  PMS 

Prelim 
P.I.H. 

0% 

9/1 
88 

M  5008(1) 

Sargent  Ave  &  Allard  St 

Gj_  GS^  PMS,  STM  -  SWR, 
S-WALK 

Public 
Hearins 

0% 

10/1 
89 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


DISTRICT:  _^2^2Aj^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     gjs£h&J&l3£  I9fcf 

PROJECT  NO.:     JZlM-L  I C  7)  3  </  CONTRACT  AMOUNT:     $Jp_cPjQ  -p^Qg/ 

PROJ^  NAME:     i^V.      ^5  f  CONTRACTOR :  ft  4U/r  Off*  fitf^f^  J 

LENGTH:  ^/   FROM  (town):      ^ZA^CLl  IzZjL 

C0UNTY:       (.Us4 <  r   AWARD  DATE:   7  -//-  if  3 

CONTRACT  TIME:  6c7/0    DATE  WORK  STARTED:  g%S_£3 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  /^y.jy 

%  COMPLETE:  %   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   %   N0.  SHIFTS  PER  DAY:  -— 

NO.  MEN  EMPLOYED:    ________  NO.  HOURS  PER  SHIFT:  -_ 

ACTUAL  COMPLETION  DATE:  "  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  — * 
EFFECTIVE  OPENING  DATE:  

PROJECT  MANAGER:  ^Q_  S'-L^J~U  TELEPHONE:         gg _g?  ~  /CPf^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ___  ADDRESS:  ____"  g/Vuyyi  " 


GENERAL:  C9-->  /<-,      ^ ,       ^  ^ 

 ~t  &  CkkM&P££Zk§L      '  /  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 


DISTRICT:  ^T/fe/7g//'v/e, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Se.pt:   JZS~f  /^S^ 


PROJECT  NO. :  ^e/^ ZO  Zf//)  3S 
PRO  J.  NAME:    J£g£M£21  <^~/?1"£~ 
LENGTH :  Q.&Z^  fjS/Z/D&£) 

COUNTY:  s^/*/>/a~J  

n  CONTRACT  TIME:  .'  //'/£r-£*f- 

ORDER  TO  PROCEED  DATE:  ^-/J-^gy 

%  COMPLETE:   &_  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   3 


CONTRACT  AMOUNT:     %/^3.  9^.0.  /£> 
CONTRACTOR:     Caf>    ^»sJr-  CO, 
FROM  (town):  &,/A>iqs. 
AWARD  DATE:  ~ 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE:  //-/5~-^^. 
NO.  DAYS  WORKED  PER  WEEK:  — 
NO. -SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


-  8 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  M/fa 

PROJECT  MANAGER:  (fuaJe,  TELEPHONE:     3&<r-  ?87  7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Z,         ADDRESS:  of  j-f.ghu;*.  y. 


S*?330 


GENERAL: 


//7 


J 


Sept.  aSAer      coor/c  (^msi^ 


J 


<^/7'l ,  nt?<?  yS 


A 


^  -A 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  G/e>y}J/VC 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^/rf^  Vf^^ 

PROJECT  NO.:        T/C ~Z (6>)^~&  CONTRACT  AMOUNT:     $  OfX32 00 

PRO  J.  NAME :  Scotey  ~£  t  A/a/ Z*&  A?4s  CONTRACTOR:     ferttPrU  fis/sfo 

LENGTH :        dJL^L  S0s/fS   FROM  (town):  /£fu>>sjlyJ/?  

COUNTY : jp^jejj       qScSp// -J&m'J* ^  AWARD  DATE:      x££vv~Z  JO  -/?<?^ 

CONTRACT  TIME:   /ZrtA/^J?  £y  DATE  WORK  STARTED:  /J- 

ORDER  TO  PROCEED  DATE:   V-JQ  ^  £jt  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /p£   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  yj//^   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:      J  -  Z?*  /  NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:     ?^// -  &4 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  0j/ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :    //bi/^ouJcJl  TELEPHONE :   £ <TJ  - /0 ^ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  7^  /&/<>A> QJ ,y £ 


<7^SA?*>y   *J*o4*y  -^L-^^l    /<>d/  ^^/^  ,\s 
ready   &  7h^S</  /sfTi  & /s^sc        SZfi,  s     <ms // 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22  IF 


CMS- 14 


DISTRICT: 


Gl endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       September  ?Sr  1Q%h 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


p  rtp  22=2  ( ^  4o  u  i»? 

P 1 enty wood-So ath  

 4.7  lilies  

Sheridan  


CONTRACT  TIME: 


12Q  W 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   i£Q_ 

%  TIME  USED:   o£_ 


6-21-8^ 


NO.  MEN  EMPLOYED:  Konp 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$ — ?,46H,57n 


Mildp 


Great  gallfl 


DATE  WORK  STARTED: 


July  1Q,  1Qf 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Jure  1Qf4 
 Knns 

— Kaofi 


T'Jnr.e 


ACTUAL  COMPLETION  DATE:  Jimp  . 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  August.  7,  ipRt 
EFFECTIVE  OPENING  DATE:     June  26.  1Q84 

PROJECT  MANAGER:  James  L.  Baldwin  TELEPHONE:  7F7-s7m  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j_       ADDRESS:   Ir.C.  ^ox   


Culbertson,  MT 


GENERAL: 


All  ■■■ork  .n  the  project  not,-:  leted  on  June  -6,  1Qfi4 
with  1V2  davs  or  ^  of  the  oontrant  time  el  ap.qed . 


A  3  i.-an  engineering  crew  is  working  on  final  quart,-  

ities, — Da-fe  of  submittal  of  fina.   data  to  the  District  Qgfj.ce 
-■■ill  be  September  27,  1984.  This  will  be  the  last  field  report . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  ^gg4s& 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Se>s>  A .  £?T  /?3</ 


PROJECT  NO .  :f.23'  \  ffll        MjjQffj  jj)  CONTRACT  AMOUNT:     $  £</9  £ 6* 

Mam  A  Haynes  lighten  Blvd,  y      *      '  ^ 

PRO  J.  NAME:  MilAsQily  Miles  City  CONTRACTOR:  ^^gg^2^ 

LENGTH:  ^   FROM  (town):  ^//yj.   

COUNTY:        /!us^er   AWARD  DATE:  V-ZS-^V  

CONTRACT  TIME:      /^g?    DATE  WORK  STARTED:        7-/9- £</ 

ORDER  TO  PROCEED  DATE:      7-/4  - S</  PROBABLE  COMPLETION  DATE:  //-S^ 

%  COMPLETE:  ,  fr?  ^   NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:  39%   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:        7Q  gM££^£m  NO.  HOURS  PER  SHIFT:  g  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S4<-cjg^-£  TELEPHONE:      £3Z  -  /&?J?  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     jj_       ADDRESS:      H?C/?t^  r,  f  A4c?A>£u4ys 

GENERAL:   LJteJLtfLziAZ.  0<as  4 ^*s-,oc//?as  ^t2J^£j^£^j2£ 

OS? 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Gitrjiix/*- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    J^O k/*L  f/e.  Z5f 


PROJECT  NO.:     j?S  4&4~l(Z)  O 

PRO  J.  NAME:  AShlL/ttlb    orTSK.  Cl/&5£1< 


LENGTH:  8 
COUNTY:      /^a,=7g_  ^udTC 


CONTRACT  AMOUNT: 

CONTRACTOR:  Btf!Jn&U=   M)V&£J;  Zrtl 


CONTRACT  TIME:  <^M^A£aQ*<11 


FROM  (town):    A/,/d>J  /?.jU/ 
AWARD  DATE:    AJ^d^l^/C  7,  /9#3 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  99 
%  TIME  USED:  7/ 
NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER  V 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


DATE:  QU^lWj 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   > 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  J.  %U>km#f<>tC    TELEPHONE:  Z3Z,'/0?*5   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_       ADDRESS:     D<Z{>/>  O  £  /J*?AaJiyj 


GENERAL: 


2^* 


d//  /nqja*  /ih^j    cattr  &> 


i4»  /<r 


6y  gkjht&L 


7^ 


7&>j<rcJ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  CtC~/Y&/f<^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9  /z-JT/j  </ 


PROJECT  NO. 
PRO  J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:  f?9  6  .^rO 

CONTRACTOR :      ScrfCHTS  <?<*T.  CovesSr  /A/C. 
FROM  (town):  ^c/T^y^C" 
AWARD  DATE: 


CONTRACT  TIME:       &<o  O  CtS , 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  <S>  0 

%  TIME  USED: 
NO.  MEN  EMPLOYED 


DATE  WORK  STARTED:        *s~/f(a //9 


<9d 


PROBABLE  COMPLETION  DATE:  //fs^r/hs/ 
NO.  DAYS  WORKED  PER  WEEK:  ^7 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  <5> 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      1 5txy^ /I/ S0/{/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


TELEPHONE : 
ADDRESS: 


^3  c  -/a?*. 


GENERAL:      CASC/eA"     CQ^J-/^^  cF<£?      Q  ^     J~  U/r/^sf  C  /^C>lfC^f 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J^£ 

PROJECT  NO.:  JTS'  Z~  /  C  ?)  CONTRACT  AMOUNT:     $  ?J7<  S g 

PRO  J.  NAME /jfJJs  ^/^W^CONTRACTOR :  /Z 'aJ/ > tg/  s * '4  

LENGTH:  /W/'/f  S   FROM  (town):   

COUNTY:  /Sg&Sgg,  A'siZr  j/lvjJer-/P/s*rti*l8b  DATE:    /tftt^/J.         ~  S 
CONTRACT  TIME:  f-S  -#4     DATE  WORK  STARTED:  7- 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  &-3d-g*/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  j/-&l/ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    //ouaJC^U/^^  TELEPHONE:  £SJ  -  /S-^T?  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:        3     ADDRESS:     /CP&jtlfT 6  //>j>/aJQjS£ 

It/Atfft/t/ ~s#7r 

GENERAL:      /y^a/   <?/<sL./a    /J   22£Mgi0L  ^£  j^^^jsL  £s$J!!m 

&Jtl$Zgl  &^£k  c  fJ-  Zi&U.     m/S//  /^>*  £  

'-'fa  i<CJL~L   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:         *f  /  30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ef-   

CONTRACT  AMOUNT:     $  %^£l^lll!l£L 
CONTRACTOR:  bpt^ucL  ^^L.'i/ 
FROM  (town):  pfi/jJ5  6a£&.P1>'*A>  S~C-L?> 

AWARD  DATE:  Z'T~1-?</-  

DATE  WORK  STARTED:  Lf-X-?1/  

PROBABLE  COMPLETION  DATE:      )Q-3/-  ?9 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:   H-  ^£i~Ly   TELEPHONE:       3C  5"~  2-<?77  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _/_       ADDRESS:  dhttdbd^.  


GENERAL:  <d 


PROJECT  NO.:    Xfc       </f^W)  2^>3 
PRO  J.  NAME:   Ci.£K}0tVS  -t^r 

LENGTH:  ig<8  *\i\e±  

COUNTY:  QAuj^  


CONTRACT  TIME:       1 1  O  U/.D, 


ORDER  TO  PROCEED  DATE:  ij-iC-Vy 
%  COMPLETE:   


%  TIME  USED:  £C 


NO.  MEN  EMPLOYED: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
RINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  £lc/J(Jt\Jc 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   ^pkrtAcE  jZS^  rffJ 

PROJECT  NO.:     Pi  *JOjl  ^3  CONTRACT  AMOUNT:     $  /;  29l{;         -  90 

PROJ.  NAME :  a/o.  -  Ot/UAd/AtJ  CONTRACTOR:     /?£t=A//J  £ktA&*/  g'jiC 

LENGTH:         //),  g    /MUrS   FROM  (town):     l/^  rfjJ.  

COUNTY:  PA  S /l  jg£   AWARD  DATE:       JuZ/  ^7  /l/^ 

CONTRACT  TIME:  ft?  M/iO.  DATE  WORK  STARTED:    ,  £%J§£#L 

ORDER  TO  PROCEED  DATE:      &-27-<$iJ-  PROBABLE  COMPLETION  DATE:  £6'd/-/S' 

%  COMPLETE:  £   NO.  DAYS  WORKED  PER  WEEK:  jT 

%  TIME  USED:  &   NO.  SHIFTS  PER  DAY:   JJ*  

NO.  MEN  EMPLOYED:  /Q   NO.  HOURS  PER  SHIFT:  £  , 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  JD„  Dj^QfJ^g  TELEPHONE:        654 -  /7#&  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     1_  ADDRESS:         /fo*  /76>  

GENERAL:  .  f</Jd/j/j>/l  rJt)£     Z   >/   &gted&&A t> a/  TuJO  

$£M.   td&&£          7)A/    A*td    /A/^/AUed  TA<T  &aJ- 
Aa/s  J-tdact/dtJ  fS/jA//^q  ■  

a/a    /4-<?   Arte*/    &&£dfed  S  -MA/>//0 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


V 


DISTRICT: 


V/ 3  o 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:      /PS-Z^S-ffa]  Q  CONTRACT  AMOUNT:     $  /    ll>4  (CL  .(»S 

PRO  J.  NAME:    „  TOlC  OlKt\J-  aJ  J  ft  TH^5T  CONTRACTOR:     Ck<k  Ores  Co,%Arc,L^^ 


LENGTH: 

COUNTY:       QL*  &'*(cl 


FROM  (town):  U,^y  (  W)q.xLl 
AWARD  DATE:         Z-2f  ^cf  */ 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:     L/-t(e  -Z'*( 

%  COMPLETE:      ?  7  

%  TIME  USED:       7  £.  


DATE  WORK  STARTED:       V-/^-  £^ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /V//? 


PROJECT  MANAGER:  Bs^^^d  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


3*z>~  -Lj  ?  7 


 3  do 


GENERAL:  p.*',cf    ,\  Co-^pttL 


A*f  toti.cX  t^j .  1 1  £tc  t/aic    ittAcm  £££*£u 


kid  /Oa..,t*U 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Gl&tJ/Vf. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    /^-5  V  fa)  O 

PRO  J.  NAME:  f  - 

LENGTH:  /A  ^  J  

COUNTY:         vg^jVyg^t  ^  

CONTRACT  TIME:        7^  /^Z^.  


ORDER  TO  PROCEED  DATE:  <?-lZ-£3 

%  COMPLETE:  /00  

X  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  /  ^f^.^O 

—>  — 7  

CONTRACTOR:   

FROM  (town)  :        /?/  /ps  ^f  *  

AWARD  DATE:      rJuA/    // ■  S/<&3 

DATE  WORK  STARTED:     /?ty,  /7-/f#3 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ?~/£'£4t 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /j/g t/dfo  V/t  /r  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  0-  3  ADDRESS: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  gSgg^A/fc, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^C^A^zJlc 


PROJECT  NO.:    £S~£3£  -c2C3)/3. 
PRO  J.  NAME:  A/^S 
LENGTH :        y  Q.  Q     sn,  5 
COUNTY:   


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:      /<?  O 
%  TIME  USED:  y& 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $   ?/f  <J 6=3.3  O 
CONTRACTOR:    ^c^,  c^ScrQ   £cyj>^  J^r 
FROM  (town):     s^rftU? r?c/^  /77<r?^/ 

AWARD  DATE:     s?7<2y^/.  /f<f>3  

DATE  WORK  STARTED:    JvocJl.  /9f3 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:       7  -/^P^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ■  

TELEPHONE : 


PROJECT  MANAGER:  JW^  silrohwfe* 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Zz2-  ADDRESS: 


/77-  C      SKm^.  _~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  jC5  Ml-lf^/Z 
PRO  J .  NAME :  .  ffl&eLo 

LENGTH: 
COUNTY: 


J  Set. 


CONTRACT  TIME:        ^7  tdc*JttA/f  P/1  ?J 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  fig' 
%  TIME  USED: 


SS 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  L  /9Sj  !T77.  <g  6> 
CONTRACTOR:  jjM^koLM£^ 
FROM  (town):     ///^j  01  ty 
AWARD  DATE:      Af£jL  /9&4- 
DATE  WORK  STARTED:  /4f>£/£ 
PROBABLE  COMPLETION  DATE:  G&Kj 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  Qjamci  J,  $ /naltf?(ye/Z_  TELEPHONE 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS : 


GENERAL:     /Q / /  /JTiAfr>X>  £fi£a&*  tAM  ^    We    ^^^CP/yg^  ^  J^</*c 


/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  &<?4eJ'tfe 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  SO ^ 

PROJECT  NO.:  ^S?f  -83  CONTRACT  AMOUNT:     $  ££L 

PRO  J.  NAME:  ^/jy/'  S/o  cftf/SpS  CONTRACTOR:         CjfarT  dortj'/7 

LENGTH:  rf/A   FROM  (town):  ^/  ^j/  

COUNTY •.jfsct/efc/j  /?*0s*S<r/J;i/*//y  f^^>/ AWARD  DATE:  rfJoiJ. 

CONTRACT  TIME:     £g  /  V  £  7£  DATE  WORK  STARTED:  ___%_ 

ORDER  TO  PROCEED  DATE:  /Z-/f-  &  3  PROBABLE  COMPLETION  DATE:  ______ 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:         ^£7   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  

EFFECTIVE  OPENING  DATE:  ///A 

PROJECT  MANAGER:     y^Ai/a A '*  ^ J<r.  A  TELEPHONE:         &&3  Sd&O'  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  Q  -  J  ADDRESS:     /J**/-  0  /  //sj, AlSo y £ 

GENERAL:  7~4 e     Jtr"  ^ai/Cr*   /T?*/'^  ^7c*c/<y/  <u__ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:   G/e*  J/ve, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    SefZ.  Z±: 


(/7le->  /  )         .  Ait 

//.  Da/S.  PROJECT  NO.:  g£  7-  dSfife)  00  7  CONTRACT  AMOUNT:     $  Z.  £Z6,  7Z£ .  % 'O 


PRO  J.  NAME:  ^>„c  cC/ 
LENGTH:  ^Z.gS^ 


Sr,  dj  -e. 


COUNTY :  /ff^jje  '  UA///4»*J  ~JL  & 
CONTRACT  TIME:      jgfjZ     W-  P. 
ORDER  TO  PROCEED  DATE 
%  COMPLETE:  S& 
%  TIME  USED: 


CONTRACTOR:  Zuida.  ConSifr.  <Z>. 
FROM  (town):   /^/gc^  a?,m*v   &t//s,  g//Jtor?S/h. 
AWARD  DATE:  Z  -  2  -  84- 


DATE  WORK  STARTED: 


3  -  fZ-  -  8  <f 


2  /3-&4- 


37 


NO.  MEN  EMPLOYED:  /£ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    WaM  Pe^YSOn        TELEPHONE:    ^7Z.'43Z9  ,W  ) 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     4_       ADDRESS:    yl/,  Z>.    /^jjg£y  @&££l 


cua  y 


GENERAL:  ^,.;(^^  ^   /Z.o»>c/ci.     (Tc»iJ  4rvc^J?<r*K  Co     ttspr  A 


S7  >i 


J 


f    C~<*  p.         X^ey    /VP.  cJracJi 


^//e&Z'S   dyiv^*^     do\jut^  o^/i 


4 erf-  pi/i"*i 


J 


r  /. 


-J 


/?,<?r    AJ0    7-      ^^/>n<j      ?//e<?Jj     o4y  ^^rc/fi-^ 


CO  fO 


I  '  ~^  *  "  7  

^£el  j),J,nCj      SQ7o.      *"<i      Cv£p*r  clayriS      77%  ,     t)  /4Z-  Je  .  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  £//<?*<//o>£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  ?C         C#)  DATE  SURVEY  AUTHORIZED:  ~&3 

PRO  J.  NAME :  &  fp,./?  J-JoT^t/J?  DATE  WORK  STARTED: 

LENGTH:       a.       ^j/'/fJ   ESTIMATED  COMPLETION  DATE:  &¥ 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  rf/e>  j/ a.  £a  u / C- 4  TELEPHONE:  4^JLzZ£*j4L 
NO.  PERSONNEL  ASSIGNED:  J$  %  COMPLETE:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>L£a/D<<S£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S£PT.   T£    /g  g  V 


PROJECT  NO.:  C  gj  DATE  SURVEY  AUTHORIZED:      /  ItolsA 

PRO  J.  NAME:     T~tla  An  PS#a/   CeeflC-      DATE  WORK  STARTED: 
LENGTH: 


o/nzr^e.  do. 

A-  S"  As*  i  L  £S 


ESTIMATED  COMPLETION  DATE:     flPflic  |<?fS" 


DATE  SUBMITTED  TO  DISTRICT:  ^tllCIV^ 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


Q  Vc 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>LEaJQM£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S.CPT.    Z.  S  .  19  S"/ 

PROJECT  NO.:     RS    34  4  -\Cs)  DATE  SURVEY  AUTHORIZED:  jjjSijM 

PROJ.  NAME:     7.JT  /W/.   ^V,  rXoto     DATE  WORK  STARTED: 


LENGTH:        1.6>  AAii.es.   ESTIMATED  COMPLETION  DATE:  id/zc/lM 

DATE  SUBMITTED  TO  DISTRICT:      ^llul /V 
PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  —  %  COMPLETE:   % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  GledJtK/t 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    St5/>/tz/}lJ>££  £S. 79<fV 

PROJECT  NO.  :  f~ t/2S  ^7)  <S9  DATE  SURVEY  AUTHORIZED:  /'jZS1?1/ 

PROJ.  NAME:    /flg/  /feck*-  &AS<?Oul      DATE  WORK  STARTED:  &   

LENGTH:        £§U.  dQiJjEA   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  JD.  J)j£Oc/t&£  TELEPHONE:  6,S4-/7f&  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  7&  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


« 


DISTRICT:  QL£a/Q\kj£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       SEPT.    Z  ST .    II Z4 


ei 


PROJECT  NO.:      F  ~LU  -I  C  i)  2  DATE  SURVEY  AUTHORIZED:  fl~Ltl?4 


PROJ.  NAME:      ±tb*i€i  -  aj.D  DATE  WORK  STARTED:  QliJzt 


LENGTH:  4g     ASI  /  L  £  1   BHTTMATBH  COMPLETION  DATF. •     q/(4  /  g«/ 

DATE  SUBMITTED  TO  DISTRICT:  4 

PROJECT  MANAGER:       /?.    iti'LL^  TELEPHONE:         -J£_r  -  77  

NO.  PERSONNEL  ASSIGNED:  -3  %  COMPLETE:  /  O  Q  ^/fa 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  g 


DISTRICT:  &LfA/Di^/c 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       <>£PT.    Z  S~  /9W 

PROJECT  NO.:      F  t£  -  /  ( Q  DATE  SURVEY  AUTHORIZED:     3/ 1&  /  'T1 

PROJ.  NAME:       ClilCL£   -  A/o/?r//  DATE  WORK  STARTED:        llul~l  ft  

LENGTH:  ff.  £    MiLtTl   ESTIMATED  COMPLETION  DATE:  Ijhjjg4 

DATE  SUBMITTED  TO  DISTRICT:  7.6,1  2H 

PROJECT  MANAGER:       B    £  C  Li  Y  TELEPHONE:       ILST-  2  311  

NO.  PERSONNEL  ASSIGNED:        3>  -  H  %  COMPLETE:  O  %  ^     t£±Z?    C  * s  *~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  ^L€A/Di^e 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      S£F>r  Z.S"  /9£V 

 / 

PROJECT  NO.:     FIX  -  )  Cz.)  /   DATE  SURVEY  AUTHORIZED:  1 

PROJ.  NAME:    AA>L£S>  <?  I  r  y  -a/.  laJ.  DATE  WORK  STARTED: 


LENGTH:       1 .  ST  /W  /  Lf.C   ESTIMATED  COMPLETION  DATE:  Icizch-l 

DATE  SUBMITTED  TO  DISTRICT:    ^/t^/ **/ 
PROJECT  MANAGER:  •""V—  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  -'v-"  %  COMPLETE:   Q 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  &ti~Af£>t\/t 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      S£PT.   2_T  /9*V 

 i  


PROJECT  NO.:      FT.  -  I  Li)  4  C  DATE  SURVEY  AUTHORIZED:  l/ll./?'-/ 

PROJ.  NAME:   FALca/J  Co.t/vr    E  ( DATE  WORK  STARTED: 


LENGTH:       Z  jT.  6     a/I  I  lCS   ESTIMATED  COMPLETION  DATE:  iOhlJfJ 

DATE  SUBMITTED  TO  DISTRICT:      ^1  tU  k>4 
PROJECT  MANAGER:   TELEPHONE:  — 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   <2  °/0 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT :     6>  L  £a/D  i  V  t 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      S££T.    Z  S"  .  /<?S^ 

PROJECT  NO.:     F £    i  -  /d  C IZ)  6>,?q  DATE  SURVEY  AUTHORIZED:     ~\llol  rH 

PRO  J.  NAME:   CU LfleeTS.c.*/  -  is/trs.  T      DATE  WORK  STARTED: 


LENGTH:  gJ   /sA  i  l  E s>   ESTIMATED  COMPLETION  DATE:  SOllCll^ 

DATE  SUBMITTED  TO  DISTRICT:      fjj  ?H 
PROJECT  MANAGER:  TELEPHONE:   


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   % 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  hL£tidJ\/£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Jtyhat^P 

PROJECT  NO.:  /' B  M  499  DATE  SURVEY  AUTHORIZED:   

PRO  J.  NAME:  -  £As/~  DATE  WORK  STARTED:         ff-  7-f4 

LENGTH:         g.  £    /rf'/tt  ESTIMATED  COMPLETION  DATE:  jf-hg^ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   J), .Du£a{/>t?&  TELEPHONE:      6S4 ~  /7#&  

NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:  /£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


/3  2 


DISTRICT:  felllinas 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   Septum (p^h    ^e3~ A?ff 4- 


DDnTTfT   W1TMRJTP    Si  MAMF 
rKUJCiLl    INUni5E.lv  a  NftTLc. 

i 

nrcrD  T  DTTTtXT 

Dt,oLr<lr  1  lUrJ 

NEXT 

MTT  f 

MILE- 
STONE 

M-HRS 
USED 

fUTC 

lHlb 

REPORT 

PERIOD 

01 

h 

COMP 

EST 

COMP 

DATE 

La^ma-  Sou+h 

^Vjc(en_  $n.d_ 
Over  law 

Pfe- 
P/H 

/<!?  yf 

Moore  -  2.  <?*w ^  tW>o 

Overlay 

Phe- 

1  u 

'V*r 

flsi-^l  U+LVJ  

H/2?4f  f  ^  Grassranqe  -  West- 

Wjct&iL  ^rjcL  

O^r/By 

P/ndl 

1  IsLS 

&S   

Hdnover  fcr&da 

Grade  ^nd  Qta±eL 

ttnol 

r^lH 

n 
is 

'fa 

te-Czgoj.  CO-  _  _  _ 
Laurel  Streets 

Qye±-I3.y_  _  

P/H 

\Af 

3D 

ShawmuT  -  R/«?^y- 

yrictn-  ajnd.  _  _ 

Fit\7il 

<?U 

0*h 

&  inn  rock  F?d,-  Mol+ 

FLtbh'c: 

Hedrmq 

/ 

PJCzrU'X)  &  

Pre 

tit 

PI  H 

ex 

cr 

a     1    y    .At 

MOSbV-  SOU-hh 

^QQnsj-rycJJon  _ 

Pre 
PIH 

U 

*r 

c.of-  rdearcreeK-roe/rny 

^eConS+Tuc-tion  a&i 
Widening  2n4  0rpiay 

Pthai 

•  IXC/ 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


Helen*   -for  final  Check /ny  1/13 /&4- 

-X*    +0  Helena  -for  find)  I  Checking  7/3o/&4-  &r  possible  grading  and 
clra;n  work  by  Carbon  Co-  wif-h  &  /arc*-  S~urf.  contract-  by  Sfiie, 


DI STRI CT :     /& ■&  s 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        /<?  - 


PROJECT  NO.:    S/£  9  a  -#f ?-S~J  S 
PRO  J.  NAME:  Pc^T  £.  ?caJ. 

LENGTH:  //^  x^g^S 

COUNTY:  Sc^ggre/Ma?  fSriu-^zrtt. 
CONTRACT  TIME:  9Q  J*?ox.t<,A/6 
ORDER  TO  PROCEED  DATE:  <SP^ 

%  COMPLETE:   ?S  

%  TIME  USED:  «g»  7  

NO.  MEN  EMPLOYED:      <Zo  7*> 
ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $   S^/^  3C/.  96 
CONTRACTOR:    />1^r^g  &»X7re.  G>. 

FROM  (town):     <<*seemr  f^CCS.  

AWARD  DATE: 


4— 


DATE  WORK  STARTED: 


4-  S&-<&4 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  yc 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      /gf.  /Srf^TfnA'J  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  ^/^/^s, 


GENERAL :  Ct*>  aST^/I ^  T~£>/C  /&/}/J  T~  S?7  '*r 
 st&er&Aj  {3c>s*/>cerT£z<3 ;  so*ja 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:    y$,t^/.y/eS  ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  y&-        *  & 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


/tf,c.£.Si  


CONTRACT  TIME:     -Pto  ^Ua^/^<g 
ORDER  TO  PROCEED  DATE:  9-/9- 

%  COMPLETE:  &>3  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  ^  gjg 
CONTRACTOR:  Saa/0  ^<£g4i/gl 

FROM  (town):  ^^agES  

AWARD  DATE:  j*-   


DATE  WORK  STARTED: 


<fco 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER:  /S  //*47?»*aJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:   /Jo  cjJoaZ/^  S-/*>  ?z  ^r^w     /3*aj£L     a  aA  rT/cT- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/5S 


DISTRICT:  SiuLik/CS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /Q-/-84-  

PROJECT  NO.:  XD  3CSCZ&)ttl  UZ  CONTRACT  AMOUNT:     $  l4-f  2.77,  ^3 

PROJ.  NAME :  LoDC^C^A^^  - SusUTt4  CONTRACTOR:  S&gg^S  &eN(=fiAL-  CcWSTR JHC 

LENGTH :     /J.y  jv?it_£=<,   FROM  (town):      L3uTT^  Mc*ITA*fA 

COUNTY:     Bi/zJ-IgjeW   AWARD  DATE:   

CONTRACT  TIME : gSQ  (jOoe&AAs.  DAYS  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:     /<3-3/-63  PROBABLE  COMPLETION  DATE:  /Q-l-&*3 

%  COMPLETE:        44-  %   NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:        3S  %>   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:         GO  NO.  HOURS  PER  SHIFT:  3 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   D.C.  KiTTecSoAl         TELEPHONE:      £>  3^  - 2425  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     jjj       ADDRESS:      Ro,  6oX  C/bTL  

GENERAL:     ^Q6£gSS    finon.  LJnJP*  JjJ  /^/PC^^S^  rOAJ^l^T^D  OJ= 

&e/AJc  Ds>Aj^  &eon  5ta  /SZ-too  ~n*  2S4^j.  P/pet 

4  G&iutzt  &<=rrr/A/&  a/*  7Z>  ^oaj^d  M/x  Ba^=  /// 

Tver  a/&4£  j^jtu/?^,  lJ&^k.  /5  &ersjac>  dgaj&  &v  s>Tjzuc.-ru&f=^  & 

fZ>LX-otjJS> :  M/SC.  -ig7%;  <g/aQ£>///g-=  DeA/A/Ac&~ 

ai&?  Sf*saso&/J&  Topsail.  4  ^SsgQ^fiSj  5<=tt/aj<!l        caps}  Gzaohj^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billings 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:     September  30,  1984 

I  ID  90-9  (62)543  & 
PROJECT  NO.:     g  74-1  (2)  0  U-2  CONTRACT  AMOUNT:     $  7,977,895.95 

PRO  J.  NAME:      Vyola  South  &  Wyola  Conn.  CONTRACTOR:      Hilde  Construction  Company,  Inc. 

LENGTH:   5.8  Kiles   FROM  (town):      Great  Palls  Montana 


COUNTY:  Big  Horn   AWARD  DATE:  8-26-83 


CONTRACT  TIME:             220  WD 

DATE  WORK  STARTED:  4-9-84 

ORDER  TO  PROCEED  DATE:  8-29-83 

PROBABLE  COMPLETION  DATE: 

8-15-85 

%  COMPLETE:  36 

NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  55 

NO.  SHIFTS  PER  DAY: 

2 

NO.  MEN  EMPLOYED:  22 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      R.  Schaak 

TELEPHONE:  343-2501 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     17         ADDRESS:  P.O.  Box  366 


Wyola  Montana  59089 


GENERAL :    Work  in  progress  consists  of  Hilde  Construction  Company,  grading 
between  station  840  to  895 >  and  placing  Sand  Sub-Base  material  between  station 

895  to  940.  

Martinez  Construction  is  placing  drain  culverts  ahead  of  the  grading  operation. 


COP  Construction  Company  placed  substructure  concrete  and  erected  all  Type  1 
peestressed  concrete  beams  at  station  663/25.  


Grading  Items  are  61%  complete,  Drainage  Items  are  87#  complete,  Structures 
as  a  whole  are  6>\%  complete.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING 

I  ID  90-9  (36)531  Ul 
I  ID  90-9  (38)5^9  U-1 
PROJECT  NO. :    F  74-1  (2)  0  U-1  

PRO J.  NAME:  Fencing  Lodge  Grass  to 

LENGTH:  Wlg^filHSe  

COUNTY:         Big  Horn  

CONTRACT  TIME:       See  Contract  

ORDER  TO  PROCEED  DATE:  7-5-83 

%  COMPLETE:  91  

%  TIME  USED:  0  

NO.  MEN  EMPLOYED:  _0  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  NA 

PROJECT  MANAGER:       R.  Schaak   TELEPHONE:  343-2501  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  P.O.  Box  366  

 Wyola  Montana  59089 

GENERAL :     No  work  was  done  on  the  project  during  the  reporting  period.  No 
more  work  will  be  done  on  the  project  until  the  Grading  work  has  progressed 
sufficiently  to  allow  completion  of  all  of  the  remaining  contract  items. 


:     September  30,  1984 

CONTRACT  AMOUNT:     $      486. 990 .61 
CONTRACTOR:      Crow  Tribe  of  Montana 


FROM  (town) :  Crow  Agency  Montana 
AWARD  DATE:      July  5,  1983  


DATE  WORK  STARTED: 

July  26, 

1983 

PROBABLE  COMPLETION 

DATE: 

5-1-85 

NO.  DAYS  WORKED  PER 

WEEK: 

0 

NO.  SHIFTS  PER  DAY: 

0 

NO.  HOURS  PER  SHIFT 

0 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     September  30,  1984 


PROJECT  NO. : 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


I  id  90-9  (38)549  U-2 
Wyoming  Line  North 

5.2  Miles  

Big  Horn  


CONTRACT  TIME: 


220WD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   5_2_ 

%  TIME  USED:  59 


8-5-83 


NO.  MEN  EMPLOYED: 


J5_ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $    7.261 . 180.56 
CONTRACTOR:      Hilde  Construction  Company.  Inc. 
FROM  (town):    Great  Falls.  Montana 
AWARD  DATE:  8-5-83  


DATE  WORK  STARTED: 


9-6-83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


6-15-85 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         R.  Schaak   TELEPHONE:  5jfc3ss25Qj 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _y]_  ADDRESS: 


P.O.  Boy  ^66 


Wvola  Montana  SQOftp 


GENERAL :     Work  in  progress  consists  of  Hilde  construction  Company,  finishing 

Sub-Grade  and  placing  Sand  Sub-Base  material  and  Topsoil  between  station  

973  to  1100.  

Martinez  Construction  has  completed  placing  the  drainage  culverts,  and  on  gen- 
eral cleanup.  Also  placing  RipRap  at  various  locations  throughout  the  project. 
The  Foam  Mix  operation  is  scheduled  to  begin  the  first  week  of  October,  ■;eather 

permitting .  

COP  Construction  Company  placed  %M£raT?CCfgjf>;t&iSX  final  concrete,  and  erected 
pres tressed  concrete  bulb  tee  beams  and  steel  bridge  rail  at  station  1086/30. 


Grading  Items  are  95#  complete,  Drainage  Items  are  97;'°  complete,  Structures 
as  a  whole  are  9J>%  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ s w/ 22 IF 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      9' 2  

CONTRACT  AMOUNT:     $  7//  80Z.O° 
CONTRACTOR:  §&Ll££S&L  da, 

FROM  (town):  A/AiiOi^  

AWARD  DATE:  ^-3Q-8^  

DATE  WORK  STARTED:     5 -2/- 84- 
PROBABLE  COMPLETION  DATE:  — 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:   £  

NO.  HOURS  PER  SHIFT:    3 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:      Q.  £  gq. 
EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:   QAOiO  P.  Scvt//r)A*J      TELEPHONE:       245-  98oZ  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j£_       ADDRESS:    D&PT.  Qt=  /VflJUS  

BicuvCS  j  /777~  

GENERAL:  P,?oJf=dT  UJ/kS  ComPLErtzO  Oa/  gu$4&  L.  3/.  /9&4> 


PROJECT  NO.  :    /Qrf  76-ftQO  

PRO  J.  NAME:  tfgg  -  <!otu*>34S 

LENGTH:  /77/Hr15  

COUNTY:    faggo/p  £  ^TIUMjaree 
CONTRACT  TIME:  &f SEPT.  /.  /<?£4 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  /£>Q  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  R-3/'8^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  f?///yjy^ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    S^J.  30^  J  g  &2St. 

PROJECT  NO.:     yfrA'  *SZ  (*  )  38- 
PRO  J.  NAME:      Se«/ /tferer- 
LENGTH:     ?Q  s///e  s  £  ^  svC/w 

COUNTY :   //a„J 

CONTRACT  TIME :       ^  e         /  t±Sf 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  dJ2^MZd£*f 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:      g?9  - 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Jla.Je         i^^r  TELEPHONE:        ^"3  3^^  8  73  1  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  /?        33*  ^  -f9  J 

GENERAL:  ./^y^  /    v  QjSJS&AbJg^Lt  


CONTRACT  AMOUNT:     $  g  <S 

CONTRACTOR:  £c*Ajy>  &M^*f 
FROM  (town):  La^ , kJoc^  . 

AWARD  DATE:        rfS~jl&  ig&z  

DATE  WORK  STARTED:        <2  7-Z3 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/// 


DISTRICT:  tfjzl/AJ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     3££2£J22&£Jt   ilt,  iSMfi 


PROJECT  NO.:  f.  RTF  2  (tn  &2 
PRO  J.  NAME:     g,wr>  jS^tu  

LENGTH:         A./.  *9/uz<>  

COUNTY:  ^j**1SoaJ  

CONTRACT  TIME:  ffn  Me/r/iiAk  £»rs 
ORDER  TO  PROCEED  DATE:  &U2JZ3L 

%  COMPLETE:   ^£  

%  TIME  USED:   Jj^  


CONTRACT  AMOUNT:     $       64>/  073  .  S7 

CONTRACTOR:    gMB£M    *&&U£OZtoU  33da 

FROM  (town):  jA/rfr  

AWARD  DATE: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


32- 


PROBABLE  COMPLETION  DATE:  /  -jg£ 

NO.  DAYS  WORKED  PER  WEEK:  jT  

NO.  SHIFTS  PER  DAY:        /  ?  3-gbu*/,, 

NO.  HOURS  PER  SHIFT:   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ji//A 

PROJECT  MANAGER:  ^**>AaJ  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     jj_       ADDRESS:  jfttesf   jr.   gOt  Bet  S£>¥37 


GENERAL :     rfte-Jfrsfyge  GimsJkmEaiJL,  --&Ladg&tJ&Jt  dSB£  4g&3k  <&/vp?4zA 

Ae,*,y    r/<rjv<l      Ay  jf  5* Aj    £*/u>s/.      /£.      4&  7*      dy^j^/c       <?/VZf  3T0/0£ 

4&  oa/  £2  ~  P   r^Ae.    /SSgJScZL  *T%,s  A*,««r   


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


//2 


DISTRICT:  jLL/A/Q^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  3P~ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


 8  7  mtLES  


8/g  //o*rt 


CONTRACT  TIME:  /fa  Q     UJ.  D. 

ORDER  TO  PROCEED  DATE:        7- 3Q-  %*f 

%  COMPLETE:   23  

%  TIME  USED:   j?^  

NO.  MEN  EMPLOYED:  / (oZ  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  493. 
CONTRACTOR:  L  f&wS^C. 

FROM  (town):     /T)/L£S  /flO^T. 

7-6  84 


AWARD  DATE: 
DATE  WORK  STARTED: 


7  23-  84 


PROBABLE  COMPLETION  DATE:  7-3/'  &S 
NO.  DAYS  WORKED  PER  WEEK:  3 

NO.  SHIFTS  PER  DAY:   2  

NO.  HOURS  PER  SHIFT:  /Q  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      //jr£g     QT/MAfi/  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      /<?  ADDRESS: 


/77QAITUJA 


GENERAL :      fab^M     //V    P/fp^^S    /S    Gfat>/AlG.  J*S7*£L/rtG 

Sub  fG&wE-ij  dgHSt/usG  i/^'CAiL.  /^"PmR;  Pms 
£  &£j&L  

d&U/£&  3Tr&r?S   ^3%>.  4//D   S£//ZFA<L/A>G  ZT/ZMS  27%.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  S/ILmGS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      9~3Q-  &V 


PROJECT  NO.:  jP^t£^E32li^l  &  *Z 
PRO  J.  NAME:    £fou)  A6&j(L</  'BliSB<j 

LENGTH :  ?  /n/LTS  

COUNTY:  £)G  //o/ttJ  

CONTRACT  TIME: 


CONTRACT  AMOUNT:     $  /35yC&Q.  OO 
CONTRACTOR:     &fou>  rffavj 
FROM  (town)  :     Q>eco  A  , /Mo**. 

AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   7  ?  To 

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


JZ 


PROBABLE  COMPLETION  DATE:  / 0-/^-2*4 
NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT:  //Q  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  £>TrmA-/J  TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL:        / //£  /c7/V/S#/£&    ^£777/*  G   />OSTS  TO 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       SEPT.  21,1984 


PROJECT  NO.:    F  57-3(09)  121 

PRO  J.  NAME:     WINNETT  -  WEST  

LENGTH:  9.1  MILES  

COUNTY:  FERGUS/PETROLEUM  

CONTRACT  TIME:     160  working  days 
ORDER  TO  PROCEED  DATE:  8/26/83 

%  COMPLETE:  75  

%  TIME  USED:  68  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Passnw  

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


CONTRACT  AMOUNT:     $  5,517,998.81 
CONTRACTOR:    Hilde  Const.  Co.  Inc. 
FROM  (town):   Great  Falls,  Mont. 

AWARD  DATE:  8/5/83  

DATE  WORK  STARTED:  August  30,1983 
PROBABLE  COMPLETION  DATE:  7/1/85 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONSTRUCTION  SUPERVISOR: 


TELEPHONE :  538  -  8731  

ADDRESS:      P.O.BOX  491  

Lewistown,  Montana  59457 


GENERAL:         No  work  was  performed  on  project  this  past  reporting  period. 

,  rnntrartnr  has  advised  that  Plant  Mix  Paving  will  start  the  week 

 of  October  1,1984.  No  schedule  has  been  received  for  the  Seeding. 

 Contract  Items  and  their  percentages  complete  remain  as  previously 

 reported .  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-291A 


DISTRICT:  ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    ^SepA  J&J&fc 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT 


CONTRACTOR: 


FROM  (town) 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:   ^  -yg-^ 

%  COMPLETE:  99  

%  TIME  USED:  9Z  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    j^/e         j/^e,  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


GENERAL: 


T 


J  'J  r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &teO»GS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ge0re*9B£-G  ZC.  AfS 4 

PROJECT  NO.:     /#   /QOZ    (&)   CONTRACT  AMOUNT:     $  &S7.3£/.££ 

PRO  J.  NAME:     7?/MRoCJ<     'Z&Ab  CONTRACTOR:     "BaGX?  O'C^/fAZf \  T*Jt. 

LENGTH :        Q.  39    FROM  (town):     7$/^L/Aj6Sr  /MOAT/toA 

COUNTY:         fetC  O&S/hye   AWARD  DATE:     /\/6> V£-/n&£&    7.  /gg5 

CONTRACT  TIME:      <?0£OQ#£/*6  04 ?S  DATE  WORK  STARTED:     /97jtf/?CM   /4  /9B4 
ORDER  TO  PROCEED  DATE:  AP&'L        /9£4  PROBABLE  COMPLETION  DATE:     QCT.  /S',  /9&4 

%  COMPLETE:   9^   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   §Z   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  3   NO.  HOURS  PER  SHIFT:  S  

ACTUAL  COMPLETION  DATE:  ///jf 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  A/A  

EFFECTIVE  OPENING  DATE:  aj/a 

PROJECT  MANAGER:     £.At.  tOGAfif  TELEPHONE:  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_  ADDRESS:     /QO .  fioX  Z0437  

"B/U.//06S.  /?Jo<v  ta/04  =  4 

GENERAL:  £>/2o&/Z e>SS  &££><YZr/A>6  />*AZ;eO 

Pti'rT&.r&Ai/HjAsf  jLSmmm,  4"C0*6*£T6-  s/ae&Acx,  &"e*o&e&i& 

USACC.  7Z/<?5£?-  /T&j*fS  ^e/^  Ascxv  C£4&0££*£i  4 £6 

77f<T  Q/Z/6>  /*/ac         r#*krr  £&&A>  <Zo*r/?6£~r'£'jD.  j&gg&m  - 

6$  a>'t*c  &er  <z&~f /3y  OCT  'S,  /?S4. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


//7 


DISTRICT:  /$ ,  si^Ly  ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  s<?  -  S-  <£- 

PROJECT  NO.:        /ft  /£><S  Cc)  CONTRACT  AMOUNT:     $    #Z  GO 
PROJ.  NAME:   4*  A/.  jjj£^H  S^v/ttS  CONTRACTOR:     /tf/sl^AjC^  /SU&C 

LENGTH :  ////g^gT/DAl  FROM  (town):  ^Afa^flgg  

COUNTY:       yfe^a^ar^AJA   AWARD  DATE:   

CONTRACT  TIME:    /^fiZ..    ^y/^S  DATE  WORK  STARTED:         s/-7-  8" 3 

ORDER  TO  PROCEED  DATE:      S~-  f~TS  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  g-j   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  — -   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ___________ 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ^.  //sfUzTSy,*  aJ  TELEPHONE:  ^g^g-  ^/ SS  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  <d sve- s  


GENERAL:   Ags    ^?asS)  /yffiTS^/M  3  Wyg^/LAgz?  <&*J 


T7/S  ^A  i^^r"  T*dM.    j&a**s»   osiABMar  . 

7"g>  jy*Sj9£.£&/a774JlA<e,  .     /^JtrcT-  _____✓_<___ 

<4/3/3&>u£H,  &/r  A^g^^    7-0    _______    T7/c  , 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS-14 


DISTRICT:  5130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Sept.  21.1984 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH :   

COUNTY: 


:     RS  236-1  (06)  32 

Winifred-  P.N.  Ferry 
17.0  Miles 

 Fergus  


CONTRACT  AMOUNT:     $  304,782.20  

CONTRACTOR:     Wickens  Construction  Inc. 

FROM  (town) :    Lewis town,  Mont.  

AWARD  DATE:      July  6.1984  


CONTRACT  TIME:     45  Working  Davs 


ORDER  TO  PROCEED  DATE:    July  30.1984 

%  COMPLETE:   4  

%  TIME  USED:   47  

NO.  MEN  EMPLOYED:  6  

ACTUAL  COMPLETION  DATE: 


DATE  WORK  STARTED:    August  20.1984 
PROBABLE  COMPLETION  DATE:    Oct.  19,1984 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  Q 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE : 

ADDRESS: 


Passow 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


538-8731 


Lewis town .Mont.  59457 


lL:    Thp  fi?0-1  and  R20-?  signs  have  been  set.  Crushing  and  stockpiling 
of  the  Top  Surf.  l'Gr.2  B  is  in  progress.  Reshaping  of  the  roadway  began 
on  Sept.  18,1984  using  one  Motor  Patrol .Contractor  has  advised  that  hauling 
and  laying  of  surfacing  will  start  Sept.  24,1984.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

//? 


DISTRICT:    /fd  jCjL/a/O^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &  & 


PROJECT  NO.:  AZ&lO  4oSS.  /Z#Q 
PROJ.  NAME:  A/>jU*A/r/jj£  /a/TV**/*. 

LENGTH:   &.£>o  

COUNTY:         vfeu  f>,,  ^~ojJ^.  

CONTRACT  TIME:  CcbjCt.^r-  Day -5 

ORDER  TO  PROCEED  DATE:     #~Z7-  8  4- 

%  COMPLETE:   /-S~  

%  TIME  USED:   ^Ce  

NO.  MEN  EMPLOYED:  4-  To  G> 


CONTRACT  AMOUNT:     $     jT7  ^co.QQ 


CONTRACTOR :    /ZAtoAArt  77  &>fifis  <3,MSmt . 

FROM  (town):  d£j&a6G3k  

AWARD  DATE:  7-^^-^  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER 
NO.  OF  ENG 


PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


GENERAL: 


S"gr    r//£.   *jc?uj   i&e&atSk   £s&*mjil&  tjtiM. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /f,Z/,*/&^> 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £-   

PROJECT  NO.:  9<P  C  7  J  DATE  SURVEY  AUTHORIZED:  ^d^Z^-lTS 
PRO  J.  NAME:  S-/ ^^)TV=>e  /?iuba>.         .      DATE  WORK  STARTED:  ^- 

LENGTH:    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ^hjerj*  #  aJ  TELEPHONE:         jrj><Z-  ^Af<g     *  V 

NO.  PERSONNEL  ASSIGNED:  g  %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  f^tUj^Cf, 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  9'2SS4  

PROJECT  NO.:    /-  ^3-/(6)  C   DATE  SURVEY  AUTHORIZED:  /2-S~83 

PRO  J.  NAME:  -  S^DfiO  Vl£*/       DATE  WORK  STARTED:      /  - /Q~  8  4-  

LENGTH:       28-  4   /W'LtS   ESTIMATED  COMPLETION  DATE:  //-/5'8j- 

DATE  SUBMITTED  TO  DISTRICT:  l?-£~83 

PROJECT  MANAGER:   Q/gpiQ  /?  Sd/M/7?/)AS  TELEPHONE:  246 >  98&Z  

NO.  PERSONNEL  ASSIGNED:  Z  %  COMPLETE:  4"  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT 


PROJECT  NO. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^e^J.  .an  J  9  fh& 

&/?    DATE  SURVEY  AUTHORIZED:  JLj»:  /  *g  j98sf 

PROJ.  NAME:  A&ssddeMJLlL  &~Jf*     DATE  WORK  STARTED:    ^J.  ^  t  9^ 

LENGTH:  /  S?//e   ESTIMATED  COMPLETION  DATE:     /0  -  /  9  ■  g 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       -paJe.   r>A^,rd        TELEPHONE:  &s &~  fr? #  f  

NO.  PERSONNEL  ASSIGNED:      z  ~  %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^jU^l^kSi 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       S<?  -  3-  ¥  & 


PROJECT  NO.:     /^/€  e?a>SC>  (j£  )  DATE  SURVEY  AUTHORIZED:  /-go-gi^ 

PROJ.  NAME:     /)<s£/c  C?*.  ,  DATE  WORK  STARTED:   

LENGTH: 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      X  s/4j£r»t**->  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


ft- 


~~L- 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        Sept.  21.1984 


PROJECT  NO.:      F  14-4  (01)  139 


PRO J.  NAME:  Lavina  West 
LENGTH:         8.3  Miles 


DATE  SURVEY  AUTHORIZED:  May  22,1984 
DATE  WORK  STARTED:      August  23,1984 


ESTIMATED  COMPLETION  DATE:  10/15/85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:        PasSQW   TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


538-8731 


JL£l 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  f3/^AJ&S 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   

PROJECT  NO.:    /?/?/="    /6>  -/C/8)I  DATE  SURVEY  AUTHORIZED:  7-/3'8^- 

PROJ.  NAME:  £"/f$r  B&V&e  -  G'^tAJ&^      DATE  WORK  STARTED:  ff-/g-ff4 

LENGTH:  /■  7 '/??'£(? S   ESTIMATED  COMPLETION  DATE:     /Q-  SSf 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  DaUiD  P  5&iaaiAAJ      TELEPHONE:  24S-9SO^  

NO.  PERSONNEL  ASSIGNED:  &  %  COMPLETE:  jjO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  5130 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Sept.  21,1984 

PROJECT  NO.:     BR  9033-(4)   DATE  SURVEY  AUTHORIZED:    April  20.1984 

PRO  J.  NAME:     Musselshell  Bridge  DATE  WORK  STARTED:     July  27.1984 

near  Bundy 

LENGTH :  0 .4  Miles   ESTIMATED  COMPLETION  DATE:      Oct.  30,1984 

DATE  SUBMITTED  TO  DISTRICT:   


PROJECT  MANAGER:         PasSQW   TELEPHONE:   538-8731 

NO.  PERSONNEL  ASSIGNED:       1  to  6  %  COMPLETE:  95  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 
August  15, 1984 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PROJECT 


LOCATION 


LENGTH 


TYPE 
WORK 


PERCENT        %  WORK  COMPLETED 
TIME  AND  ESTIMATED 

USED  COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


MT  ERFO  81(4) 


Helena  NF,  Lewis  &  Clark 
Broadwater  &  Powell  Co. 


.123      X081,  XOOl  &  XOOl  91% 


62%      U.S.  Small  Business  Adm. 
09/13/83       Morning  Star  Ent.,  Inc. 
( Subcontractor ) 
$279,000.00 


FHP  19-1(2) 
FHL  19-1(2) 


Darby  -  Lost  Trail 
Bitterroot  NF 
Ravalli  County 


4.451      Grading,  Base,  +  44.2% 
Bituminous  Paving 


59 . 5%  Washington  Const .  Co . 
11/01/84  $2,526,990.35 


MT  ERFO  81(3) 


Avalanche  Creek 

Benton,  Ohio  &  White  Gulches 

Lewis  &  Clark  County 


Grading,  Damage 
Repair 


81.5%  56.2%     Swan  &  Sons,  Inc. 

07/01/84  $231,891-50 


OM-AD  18(9) 


Fergus  &  Wheatland  Co. 


22.982      Gravel,  Surfacing  80.0% 
(E000) 


75.2%  Konitz  Contracting,  Inc. 
05/15/84  $356,732.00 


MT  FH  12-1(1),  Whitefish-Eureka, 

RRS  5-3(18)145,  Olney  Underpass, 

FH  72-1(1)  &  Star  Meadows  & 

FH  79-1(1)  Good  Creek  Roads 


25.432      Grading,  Base  and  33.3% 
Bituminous  Pavement 
(1000) 


36%      Morrill  Asphalt  Paving 
10/15/84  $3,186,808.40 


OM-AD  18(12) 


Judith  Basin  Co. 


37.000      Crushed  Aggregate 
Surfacing  E000 


25% 


96%     Konitz  Contracting,  Inc. 
10/29/84  $549,577.50 


OM-AD  18(11)         Cascade  &  Teton  Co. 


22.600      Crushed  Aggregate  13.3% 
Surfacing 


27 .3%  Maronick  Const.  Co.,  Inc 
11/01/84 


-— 


